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Insert A: Project Budgets and Schedule - Key 


Budget: RIDOT publishes an updated budget estimating reasonable costs Schedule: RIDOT publishes an updated schedule to identify key milestones 
for the life of the project. Initial budget reflects the budget at the time the for a project. Advertise is when the contract documents are complete and 
Design was completed, a bid was accepted and a Notice to Proceed (NTP) the project is advertised for bids. Notice to Proceed (NTP) is when the 
was provided to the Contractor. If Initial Budget is blank it is because the construction contract is awarded and work may commence (the date of 
project is pre-NTP. Projected budget is the current budget at the close of the purchase order). Site Active estimates when construction activities will 
the current quarter. Difference displays any variance (+/-) between the physically begin for the project. Complete identifies the point in time at 
Initial Budget and the Projected Budget. Projects trending under budget which the project may be deemed substantially complete, and ready for use 


will be highlighted in green, those trending over budget will be highlighted by the general public. Completed phases will be shown with full dates and 
red. shaded fields. Status identifies the current phase the project is in: Design, 


Advertise, In Construction, & Substantially Complete. 
Spent: Provides the actual values billed to the project to date. 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 
Design NA $0.203 NA $0.158 
Construction $15.300 $15.956 $0.656 $15.460 


Other NA $3,115 NA $2,966 Anticipated Completion at NTP: ae 


# of months late: 


ad ae Rey (30.765) ate % Construction Change Order: 2% 
- - Design as Percent of Construction: NA 
Peal Uae ee ee ~ Other as Percent of Construction: 20% 
Design: Includes costs for design contractor/consultant Performance 
Construction: Includes costs for construction contractor services Anticipated Completion at NTP: Identifies the substantial completion 
Other: Includes costs for right-of-way acquisitions, utility work, date which was established at the Notice to Proceed (NTP) phase 
project oversight # of Months Late: Displays the difference between the Anticipated 
Contingency: Budgeted value to be utilized to address unforeseen Completion at NTP with the current Schedule Complete date. 
issues. Contingency value is a reflection of the risk remaining on the Positive values indicate that the project is behind schedule and are 
project. highlighted in red; negative values indicate that the project is ahead 
Budget Contingency: At notice to proceed, budget contingency is of schedule and are highlighted in green. 
typically set at 5% of low bid. % Construction Change Orders: Ratio of the value of approved 
Schedule Contingency: At notice to proceed, schedule contingency is change orders versus the original contract award value 
typically set at 10% of the contract duration. Deviations from this Design as percent of Construction: Ratio of the budget values for 
standard may occur due to winter shutdown. Winter shutdown Design versus Construction 
typically takes place from December 15 from April 15 but is weather- Other as percent of Construction: Ratio of the budget values for Other 
dependent. costs for producing the project versus Construction. 


Total budget estimate to deliver the project. 


PTSID: Project Tracking System Identification — A unique identifier in RIDOT’s systems to track schedule, budget and asset related activities. 


Type: Identifies the RIDOT Project Pipeline which sponsors the project (Bridge, Maintenance & Operations, Pavement, Storm water, TAP/Other, Traffic, & Transit) 
Comingled Design: Historical financial information for Design costs were not tracked to the project level. As of 2015, all new Design contract costs are tracked to each 
individual project, and RIDOT has begun to track design costs to the project level for most Legacy projects going forward. Due to this inaccurate reporting, it is not 
possible to identify design costs at the project level for most legacy projects. For Legacy projects where design was comingled, initial total project costs are NA. 
Design Build Contracts - Design build contract funding allocation appears as follows: Design consultants that generate the Advertising documents will be reflected in 
the Design line, the Contractor/Design team will be reflected as one total in the Construction line. Additionally, the time for a design-build contract to be awarded 
from advertisement to NTP is anticipated to take between 6-8 months. 

Note: All dollar values are in millions and rounded to the nearest $100,000.00. 


Color Coding: Additionally, certain key items are color coded throughout as indicators of performance, as described below: 


On Time On Budget Change Orders 
Status Color Status Color Range 


On-Time 
0-6 months behind 
6-12 months behind 


9 
On-Budget a 
Over Budget Seale 
10%+ 
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CE ROE CRS RT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.171 $0.186 $0.015 $0.141 
Construction $5.700 $5.829 $0.129 $5.306 we ; ' ee 
Other $1.885  $1.819 ($0.066) §2.116 ed casera ea ae NNTE: 31-Aug-18 
oo ee ree (30.078) rere % Construction Change Order: 1% 
= - : Design as Percent of Construction: 3% 
cep, ei TYPE BRIDGE peace Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-May-16 | 19-Sep-16 } 09 
Design 50.400 $0.451 $0.051  $0.408 
Construction $2.400 $2.440 $0.040 $2.236 ue . ; . . 
Other $1.376 $1308 ($0.068) $0.960 speudteaen ass gu 31-May-18 
eens DoE ee (30.023) are % Construction Change Order: 5% 
- - : Design as Percent of Construction: 18% 
Pls Be UES E Uli GIP peeety Other as Percent of Construction: 54% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Sep-16 | 02-Mar-17 
Design $0.275 $0.479 $0.204 $0.312 
Construction $4.900 $4.900 $0.000 $3.930 _ : ; 7 : 
Other $3.970  $3.856 ($0.114) $1.737 pe Narra aaa cnt: 31-May-21 
Se le eee eee ($0.090) ae % Construction Change Order: 10% 
: . - Design as Percent of Construction: 10% 
PPG ae IEEE ERIDSE peeaey Other as Percent of Construction: 79% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [14-Sep-16 | 14-Dec-16 | 30-Nov-17. 
Design $0.310 $0.385  $0.075 $0.180 
Construction $5.000 $5.000  $0.000 $3.554 a : ; pa 
Other $2.167 $2,104 ($0.063) $0.903 cade nae SOE: 31-May-18 
Sena coos eee (30.013) eee % Construction Change Order: 3% 
: - : Design as Percent of Construction: 8% 
LUBE UE ee WMHS EINEIEIE [eeey Other as Percent of Construction: A2% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.166 $0.141  ($0.025) $0.113 
Construction $3.375 $3.480  $0.105 $3.042 - : ; heieee 
Other $2.824  §3.264 $0.440 §2.556 py unread. auNTE: 31-Aug-18 
er eee a (30.070) re % Construction Change Order: -4% 
di . : - Design as Percent of Construction: 4% 
PTSID: 0144E Eire enOGE Eeeaty Other as Percent of Construction: 94% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29=Se 
Design S0.400 S0.430 $0.030 $0.393 
Construction $1.205 $1.205  $0.000 $1.176 ee ; ; 
Other $1.142 $1118 ($0024) $0.968 epi enare aa Slee Sd 
eee ape ae (30.006) ee % Construction Change Order: 3% 
: : - Design as Percent of Construction: 36% 
Pies Wee RES eRIERE pea Other as Percent of Construction: 93% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Sep-16 05-Oct-18 
Design $0.350 $0.375 $0.025 S0.083 
Construction $2.629 $2.709 $0.079 52.683 3 : . 
Other $1.615  $1.620 $0.005 $1.251 ph apace latest acne 31-May-19 
a oe ees ($0.110) ae % Construction Change Order: 4% 
- - - Design as Percent of Construction: 14% 
pe pre TEES BMESE peal Other as Percent of Construction: 60% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28-Sep-16 0e=SEep=16) 
Design $2.516 $2.516 $0.000 $0.644 
Construction $9.387 $9.387  $0.000 $8.900 oe i ; 
Other §2.675  $2.672 ($0.003) $1.049 See ean aE NIE ate 
Contingency $0.469 $0.469 $0.000 $0.000 Oa geet Ch Ginter 19% 
Total $15.047 $15.044 $10.593 Sepa coe baa ee ean : 
Design as Percent of Construction: 27% 
Pier Mast VMs EUS Eeeecy Other as Percent of Construction: 28% 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [21-Jul-16 | 15-Nov-16 | 11-May-18 
Design $0.859 $0.934 $0.075 $0.528 
Construction 55.700 $5.700 50.000 55.657 bee : . 
Other $2.031 $1,985  ($0.047) §0.935 fi date eae aon tale 
ee aad eres nape (30.029) een % Construction Change Order: 14% 
- : : Design as Percent of Construction: 16% 
ih IEE: BRIESE ESpaey Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.895 $0.916  $0.021 $0.870 
Construction $8.168 $8.268 $0.100 $8.256 Be : ; 
Other $2294 §$2.414 $0.120 §2.132 Bu eseceren eat AI 31-Oct-17 
Contingency $0.385 $0.144 ($0.241) $0.000 Uae Ch Order 7% 
Total $11,742 $11.742 $11.259 eee oe eee rere : 
Design as Percent of Construction: 11% 
Plies Weieels IMFEE IRIS: Legacy Other as Percent of Construction: 29% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L23-Sep-16 | 21-Dec-16 | 20-Nov-17 
Design S0.180 $0.236 $0.056 $0.201 
Construction $1.927 $2.128 $0.201 $2.128 = : ; pes 
Other $1.040  $0.616 ($0.424) §0.586 dy Sunder inal aaa ee 31-Dec-17 
Contingency $0.096 $0.000 (S$0.096) $0.000 Se Conethuetion Change Order: 11% 
Total $3.243 $2,981 $2.915 Design as Percent of Construction: 11% 
PESIDy O0r2t TERE EROSE begat) Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: | -Sep-16 | 16 
Design $1.250 $1.265 $0.015 $1.440 
Construction $16.971 $16.975 $0.004 $16.031 a ; : ae 
Other $2.913 §2.898 ($0.015) $2.523 pene en Oe camel 
Contingency $0.763 $0.759  (S0.004) $0.000 Seater inn Grange Oren 0% 
Upel 921.897 _521.897 319.994 Design as Percent of Construction: 7% 
iS aogtee DEES SEGE baeeey, Other as Percent of Construction: 17% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.159 $0.159 $0.000 $0.135 
Construction S0.500 S0.500 S0.000 $0.450 ae F . ; : 
Other $0.642 $0.204 ($0.437) $0.179 ed eseirean aaa ate: aS 
Contingency $0.025 $0.023 ($0.003) $0.000 ee Conctiuction Granee Bien: 0% 
Total $1,325 30.885 30.764 Design as Percent of Construction: 32% 
ere, TE EDGE Eeeacy Other as Percent of Construction: 41% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $1.200 $1.382 $0.182 $1.015 
Construction $7.700 $8.124 S$0.424  $7.424 ee . ; ; ‘ 
Other $4.174 $3891 ($0.283) $2.324 enc a ge pees Mav-20 
Perea pice oes (30.323) ceen % Construction Change Order: 7% 
ote - - : Design as Percent of Construction: 17% 
Uae Wee UME MBSE Ley Other as Percent of Construction: 48% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.200 $0.200 $0.000 $0.186 
Construction $1.700 $1.700 $0.000 $1.681 2 . ; pie 
Other $1549  $1.557 $0.008 $0.811 pe nue nreeoell aie gents 31-May-19 
es er re (50.009) ree % Construction Change Order: 9% 
= : : - Design as Percent of Construction: 12% 
PTSID: 0156C IEE: SRIDGE Pegacy Other as Percent of Construction: 92% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [30-Mar-16 | 2 
Design S0.300 $0.301 $0.001 $0.114 
Construction $4.500 $4.500 S0.000 54.414 = : ; ee 
Other $1531 $1555 $0024 §1.466 eplcenare as BEE 30-5en-18 
Contingency $0.250 $0.225  ($0.025) $0.000 Se ConecniCton Grane Order. 1% 
Ue $6.581 $6.581 $5.994 Design as Percent of Construction: 7% 
Plobe Woo IMR BISIPIEIE pele) Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [01-Sep-16 | 14-Feb-17 | 28-Aug-19 
Design $2.941 $3.176 $0.235 $3.076 
Construction $15.200 $12.880 ($2.320) $12.111 - a 
Other $2.368 $1,780 ($0.588) $1.682 ee ee aE Nes 31-Dec-19 
Contingency 50.760 $0.000 (S0.760) $0.000 iA Poneciicicn chats ener 56% 
Total $21.269_$17.836 316.868 Design as Percent of Construction: 25% 
PTSID: OOOSN ire OnDge peaey Other as Percent of Construction: 14% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Aug-16 
Design $0.350  $0.350 $0.000 $0.334 
Construction $1.300 $1.710 $0.410 $1.714 at : ; ane 
Other $1.069  $1.069  $0.000 $1.043 ede sal eeeh Ce EME cloaet 
Contingency $0.106 $0.000 (S$0.106) $0.000 Ue eet Granee Grice 16% 
otal 92.825 33.129 33.091 Design as Percent of Construction: 20% 
PYSID: 01544 UMass EIDE peeay Other as Percent of Construction: 62% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [01-Mar-16 | 13-Jun-16 | 17-Sep-16 | 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.201 $0.201  $0.000 $0.186 - ; ree 
Other $0.122  $0.110 ($0.012) $0.056 nearer eer 31-0ct-16 
Contingency S0.055 S0.055 S0.000 S0.000 6 Conctruction Change Order: 0% 
Total 30.378 30.366 30.243 Design as Percent of Construction: NA 
BESID: O0849 GE Shenae begacy Other as Percent of Construction: 55% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.197 $0.197. $0.000 $0.177 Eve : ; vee 
Other 0.333 $0.333. + $0.000 $0.074 sdb baslarae as ale cients emets 
Contingency $0.025 $0.025 $0.000 $0.000 Beene ace ae Granee Order 0% 
otal 30.555 30.555 30.250 Design as Percent of Construction: NA 
USES En TEES OPERATING ESBaey. Other as Percent of Construction: 169% 
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Budget Spent Advertise NTP Complete 


Initial | Projected Difference To Date Schedule: [09-Mar-16 | 14-Jun-16 J 17-Sep-16 | 
Design S0.000 S0.000 S0.000 $0.000 
Construction $0.202 $0.202 $0.000 $0.185 = : ; oe 
Other $0.223  $0.223  $0.000-—-$0.160 by Sunder inal aaa ees 30-5e0-16 
Contingency $0.024 $0.024 S$0.000 $0.000 Se Conethuetion Change Order: 0% 
Total $0.449 $0.449 $0,344 Design as Percent of Construction: NA 
PEGE aneaY TRE OPERATING Peeaty Other as Percent of Construction: 110% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.010 $0.010 S0.000 50.000 
Construction $0.658 $0.658  $0.000 $0.508 a ; ; ee 
Other $0.474 $0.474 + $0.000-—-$0.431 pee ae Sees 31-Oct-16 
Contingency $0.008 $0.008 $0.000  $0.000 ae cae Grange Oren "13% 
Upel $1,150 31.150 30.939 Design as Percent of Construction: NA 
EAE. XE OPEHSUING ESeeey Other as Percent of Construction: 72% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: May-17 
Design $0.100 $0.500 S0.400 $0.188 
Construction $6.000 $6.195  $0.195 $6.005 ee ‘ ; aa 
Other $0.969  $0.290 ($0.679) $0.016 ed seine aaa BENE: Sees 
Contingency $0.315 $0.000 ($0.315) $0.000 oF Cancnuction Granee Bien: 0% 
Total $7.384 36.985 36.210 Design as Percent of Construction: 8% 
ETSIBy O1326 RE Pen iis Leeacy Other as Percent of Construction: 5% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [04-Mar-16 | 26-May 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.185 $1.185  $0.000 $1.144 oe . ; Fever 
Other $0.403 $0.403  $0.000 $0.118 eens a ge Renae May-17 
Contingency 50.040 $0.040 $0.000 $0.000 ars een ae chance Oren 3% 
uote 31.628 31.628 31.262 Design as Percent of Construction: NA 
uelD SO GEI RE AC GER SMG Fase) Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [16-Mar-16 | 02- 
Design S0.000 S0.000 $0.000 (50.018) 
Construction $2.400 $2.400  $0.000 $2.069 2 . ; hin: 
Other $0.538  $0.623 $0.085 —§0.638 pe enreell daa gen 30-Nov-17 
Contingency 50.090 $0.005 (S0.085) $0.000 @ Cancutchan change Gee "10% 
Total 33.028 33.028 32.689 Design as Percent of Construction: NA 
PTSID: 0073L TPE: OPERAMINE pegaty Other as Percent of Construction: 26% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Mar-16 | 16-Jun-16 | 16-Nov-17 
Design S0.000 S0.000 S0.000 S0.000 
Construction $3.143 $3.148 $0.005 $2.399 ee : ; cee. 
Other $0.507  $0.602 $0.095 §0.564 eflcbenarel aa BEE 30-Apr-18 
Contingency S0.100 $0.000 (S$0.100) $0.000 Be COnecRCton Grange Order. =A% 
Hgts $3.750 $3.750 $2.964 Design as Percent of Construction: NA 
Ales Wate RE DEERING pea Other as Percent of Construction: 19% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.000 $0.000  $0.000 $0.000 
Construction $2.100  $2.100 $0,000 $1.671 - ee 
Other $0577. $0597  $0.020 §0.561 ph apace latest acne 31-Dec-l/ 
Contingency $0.100 $0.080 (S0.020) $0.000 oF Cancion chats ener "19% 
total $2.777 92.777 $2.232 Design as Percent of Construction: NA 
Else O073k EES PeneiNs Eeeeey Other as Percent of Construction: 28% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [| 
Design $0.295 $0.105 (S0.190) $0.091 
Construction $2.850 $3.392 $0.542 $3.323 sd : ; sae 
Other $0.952  $1.040  $0.088 $1.037 A ase roel aN: 31-Dec-17 
Contingency $0.143 $0.000 (S$0.143) $0.000 oF COREE RIGHON Chanwe Grier 19% 
toe! 34.239 $4,537 34.451 Design as Percent of Construction: 3% 
PISIDE Dr 72e TEE EeVEMEN ESeaey Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 23>Aug= 17 
Design $0.250 $0.173 (S0.077) $0.173 
Construction $4.559 $4.181 ($0.378) $4.181 ee : ; ee 
Other $1.446 $1878 $0432 $1.878 pees cae er paul 31-Oct-17 
Contingency $0.228 $0.000 (S0.228) $0.000 Of CORSTFUCEION Change Grider: “10% 
Uae 36.483 36.232 36.232 Design as Percent of Construction: 4% 
PLE UE REEVE pea Other as Percent of Construction: 45% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [23-Sep-16 | 13-Dec-16 | 27-Nov-17 | 
Design S0.300 $0.280 (S0.020) $0.237 
Construction $3.871 $3.566  ($0.305) $3.566 oer ; ; aed 
Other $1.043  $0.855 ($0.188) $0.855 fife cre aa GENE 310d! 
Contingency $0.174 $0.000 (S$0.174) $0.000 WC oREHIGh Change orden 2% 
Total $5.388 34.701 34.659 Design as Percent of Construction: 8% 
EISIp So73 TNE EV EIEN beeeey Other as Percent of Construction: 24% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-Mar-16 [ 26-Jul-16 | 29-Dec-17 | 
Design S0.200 $0.215 $0.015 S0.063 
Construction $2.600 $2.600 $0.000 $2.701 oe aoe 
Giket 51.000 $0.970 (80.030) §0.855 Anticipated completan at NTP: 30-Sep-17 
: # of months late: 
Contingency $0.150 $0.165 $0.015  $0.000 b concticionicnanee acer, 6% 
ote! $3.950 $3.950 $3.619 Design as Percent of Construction: 8% 
PIE We UMHS BSH EMIEDT) peeaey Other as Percent of Construction: 37% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Oct-15 | 31-Mar-16 | 30-Nov-16 
Design $0.370 $0.371 $0.001 S$0.158 
Construction $2.600 $2.700 S0.100 52.663 _ : ; eg i 
Other $1.391  $1.173 ($0.218) $0.961 eee BENE: 30-Nov-16 
Contingency $0.158 $0.000 ($0.158) $0.000 & Ponctricton Ghande Orden 10% 
Total $4.518 $4,243 33.781 Design as Percent of Construction: 14% 
pip e7Gn TEE VEWEN LeeHey Other as Percent of Construction: 43% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [20-Jul-16 18-Nov-16_ 
Design $0.072 $0.053 (S0.019) $0.050 
Construction S0.688 $0.601  (S0.087) $0.601 oe : ; Pea 
Other 0.321  $0.287  ($0.034) $0.287 ea ee eae Ss eee 
Contingency $0.062 $0.000 (S0.062) $0.000 SAC racnan Ghanee Grice "13% 
ioral $1.143 $0.941 30.938 Design as Percent of Construction: 9% 
PI eS Ns UN AES Ta RSIAIED TE Eeeaty Other as Percent of Construction: 48% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.115 $0.093 (S0.022) $0.093 
Construction $2.417 $2.327  ($0.090) $2.327 7 ; : roe 
Other $0.806  $0.704 ($0.102) $0.704 fr eater eae aN 31-Oct-17 
Contingency $0.151 $0.000 ($0.151) $0.000 ae ane ied Ch Orden “A; 
Total $3.488 $3,124 $3.124 Oe eee : 
Design as Percent of Construction: NA 
RESIDE BOS3h PPELEAYEMENT Deeaty Other as Percent of Construction: 30% 
Budget Spent m 
Initial © Projected Difference To Date Schedule: 15-Jan-16 | 12-Ap: OFSe 
Design $0.300 $0.057. (S0.243) $0.047 
Construction $6.700 $8.361  $1.661 $7.602 Phe : : ee 
Other $6.216 $5.248 ($0.968) $4.661 aeons agar ani oO Dr LS 
See eee Seas eee (30.450) are % Construction Change Order: 26% 
- - - Design as Percent of Construction: 1% 
PU ee eleler Unita een Eeedty Other as Percent of Construction: 63% 


FFY16 


Leeann 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Mar-16 | 26-Jul-16 | 09-Jun-17. 
Design $0.100 $0.053 (S0.047) $0.000 
Construction $1.200 $1.247 $0.047 $1.185 7 : ; 7 
Other $0.896  $0.897 $0.001 §0.946 de ts eer aaa at NIE: $4-tulL7 
Contingency 50.054 $0.000 (S0.054) $0.000 oe Canstnuetion Change Gidek 1% 
Total 32.250 92.197 $2,131 Design as Percent of Construction: 4% 
Pipip eetk Ellag ala elias peeaty Other as Percent of Construction: 72% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-16 | 30-Aug-16 | 
Design $0.161 $0.137  ($0.024) $0.117 
Construction $1.700 $1.726  $0.026 $1.446 - ‘ : ree 
Other $0.543 $0567 $0.024 §0.396 oe ae NTEs ae May-17 
Contingency $0.077 $0.050 (S0.026) $0.000 a eee acer change Order 1% 
iota 32.480 32.480 31.958 Design as Percent of Construction: 8% 
BID Ober IES Taree Eeeaey Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.070 S0.070 S0.000 S0.068 
Construction $2.300 $2.300 $0.000 $2.245 EM : ; eae 
Other $1,331 $1.331  $0.000 —_$0.883 BUS eeu Zoe 31-May-17 
Contingency $0.134 $0.134 $0.000  $0.000 War eee ett Ghanee Orden 6% 
Vee 33.835 33.835 33.196 Design as Percent of Construction: 3% 
Eas INDE ASHIC beeacy Other as Percent of Construction: 58% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [22-Jan-16 | 09-May-16 | 22-Dec-16 
Design S0.100 $0.191 $0.091 S0.068 
Construction $1.029 $0.840  ($0.189) $0.860 = ' ; Sores 
Other $0,566 0.320 (80.246) §0.680 Anticipated Eompleuan at NTP: 31-May-17 
; # of months late: 
Contingency $0.039 $0.131 $0.092  $0.000 of Constructlan Chande Order "6% 
total $1,734 $1,482 31.608 Design as Percent of Construction: 23% 
Pee 210?) TEE! BAPE preety Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.000 S0.000 S0.000 $0.072 
Construction $1.761 $1.677 ($0.084) $1.609 ee : ; Saas 
Other $0.739  $0.958  $0.219 $0.845 alee al ar oe: peas Mey de 
Contingency $0.135 $0.000 ($0.135) $0.000 ca ance Grenee Orden: 6% 
iiotal 32.635 32.635 92.525 Design as Percent of Construction: NA 
Pee WEnsehs Uae STA AS Eeeecy Other as Percent of Construction: 57% 


FFY16 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.025 $0.026 $0.001  $0.025 
Construction $2.136 §2.131  ($0.005) $2.055 Ss : ; chat: 
Other $0.71  $0.997 $0.226 $1.275 by Sunder inal as ee lial 
Contingency $0.113 $0.000 ($0.113) $0.000 oy Construction Change Order: 19% 
Total $3.045 $3.154 $3.354 Design as Percent of Construction: NA 
PESID  OO7aM NEE, Taner beeaty Other as Percent of Construction: A7% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L21-Sep-16 | 20-Dec-16 [31-Oct-17 
Design $0.230 $0.230 S0.000 $0.168 
Construction $1.235 $1.260 $0.025 $1.199 tee : : ae 
Other $0.822  $0.828  $0.006 §0.796 pene es SEE: 31-Oct-17 
Contingency $0.062 $0.031  ($0.031) $0.000 Seater inn Grange Oren 7% 
ioeal 32.349 32.349 32.163 Design as Percent of Construction: 18% 
EIS Ds Q2e0r TNEESIRAGHIE boeeey, Other as Percent of Construction: 66% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: (O2SMe y= W724 >ang= ie) 
Design $0.329 $0.185 ($0.144) $0.146 
Construction $2512 $2.553 $0.041 $2.361 a : ; eae 
Other $1,393 $1,474 §0.081 §1.276 ed seinen aaa Sen: 41-Dec-18 
Contingency $0.251 $0.096 ($0.155) $0.000 oF Canctiuction Granee Bien: 6% 
Total 34.485 34.308 33.783 Design as Percent of Construction: 7% 
Eee ee eee Leeacy Other as Percent of Construction: 58% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [[31-Dec-15 J 31-Jul-16. 
Design S0.000 S0.000 S0.000 S0.000 
Construction $3.980 $3.980 $0.000 $3.942 Se : ; Pe 
Other 0.838  $0.833 ($0.005) §0.782 ees a ae SiO CL I! 
Contingency $0.000 $0.005 $0.005  $0.000 ars een ae chance Oren 8% 
otal 34.818 34.818 34.724 Design as Percent of Construction: 
a MERSIN Ae Eeeeey Other as Percent of Construction: 21% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: iS oie Oil 
Design $0.125 $0.125 S0.000 S0.066 
Construction $0.978 $0.978 $0.000 $0.873 = . ; pie 
Other $0.951  $0.951  $0.000 $0.657 pe nenrceeld daa ae Nts 31-May-17 
Contingency $0.050 $0.050 $0.000  $0.000 @ Cancutchan change Gee 0% 
foe 32.104 32.104 31.596 Design as Percent of Construction: 13% 
En es ieee: here bseeey Other as Percent of Construction: 97% 


FFY16 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [06-May-16 g- 
Design $0.250 $0.130 ($0.120) $0.115 
Construction $0.528 $0.502 ($0.026) $0.465 v : ; pare 
Other $0.300  $0.482 $0.182 $0.482 pla sian ages BENE lial 
eae Se alee (30.036) tee % Construction Change Order: 1% 
= 2 Design as Percent of Construction: 26% 
Pee eat IMB ES MGISFRG pe Other as Percent of Construction: 96% 
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FFY17 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17] 01-Feb=18 | 
Design $0.343 $0.343 $0.000 $0.291 
Construction $6.957 $6.957. $0.000 $4.384 Wed , : ives 
Other $1.711  $1.875 $0164 $0.813 ed casera ea aENUE: EemSlaas 
Contingency 50.400 $0.236  ($0.165) $0.000 ee eee Geach Chanwe dae 1% 
Total 39.411 39.410 35.488 Design as Percent of Construction: 5% 
peip a70e PPE eRIESE Eeeaty Other as Percent of Construction: 27% 
Budget Spent Complete 
Initial | Projected Difference To Date Schedule: iS=Nov=19y 
Design $1.155 $1.155 $0.000 $1.145 
Construction $5.797 $6.009 $0.212 $5.723 ae . ‘ Tee 
Other $3.700  $3.700 $0.000 $1.231 speudeaena as gu eee 
Contingency $1.958 $1.746  ($0.213) $0.000 a eOneniedon Grange Orden 1% 
Uael $12.610__$12.610 38.099 Design as Percent of Construction: 19% 
Pe CEE Uli EINE Peay Other as Percent of Construction: 62% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.534 $0.609 $0.075 $0.527 
Construction $15.915 $16.415 $0.500 $9.140 . : ; Rae: 
Other $2.731  $2.831  $0.100 $1,101 pe Marea aaa ent: 31-May-20 
Contingency $0.875 $0.200 (S0.675) $0.000 a. Construction Change gage 3% 
rot $20.055_$20.055 $10.769 Design as Percent of Construction: 4% 
pl vi Te eSIOSE ea Other as Percent of Construction: 17% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: Pesce ay (SUSsesa) 
Design S0.637 S0.637 S0.000 $0.629 
Construction $2.056 $2.056 $0.000 $1.812 a : ; iar 
Other $1.300  $1.360 $0.060 $0.817 ead aac SOE: ee sep-19 
Contingency $0.163 $0.103  ($0.060) $0.000 ee eee Gaanee Orden 6% 
Total 34.156 34.156 33.257 Design as Percent of Construction: 31% 
ae UMRES EINE ey Other as Percent of Construction: 66% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [.29-Sep-17 | 28-Feb-18 | 16-Aug-19 
Design 50.700 $0.932 $0.232 $0.911 
Construction $12.450 $13.302 $0.852 $12.294 - : ; Sales 
Other $2.753 $2,369 ($0.384) $2.307 py area als. aun: clan 
Contingency $0.700 $0.000 (S0.700) $0.000 oF ConeuucHon Ghaiae Gee 9%, 
Total 316.603 __ 916.603 315.513 Design as Percent of Construction: NA 
PI ew Eire RIDGE Eeaey Other as Percent of Construction: 18% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [L29-Se 
Design $2.532 $2.532 S0.000 $2.494 
Construction $12.373 $12.774 $0.401 $11.816 Se : ; Tri 
Other $4122 $4257 0.135 $2.053 epi eare ag Ce as eet 
Contingency $1.670 $1.134  ($0.536) $0.000 a) COnSEREHOd chars Order: 5% 
Ue $20.697__$20.697 $16.363 Design as Percent of Construction: 20% 
Pee ene IMR: EINES cea Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [22-Sep-17 | 27-Mar-18 
Design $1.749 $1.749 S0.000 $1.537 
Construction 534.533 534.533 S$0.000 $21.700 3 F . - : 
Other $3.285 §3.285  $0.000 $1.469 ph apace latest ane: 31-May-21 
Contingency $3.047 $3.047 $0.000 $0.000 oF Conctueion chats ener 5% 
Total $42.613__$42.613 $24:705 Design as Percent of Construction: 5% 
aa IEE BRIDE Leeeey Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [22-Sep-17] 27-Mar-18 
Design S0.846 S0.846 S0.000 S0.695 
Construction $16.907. $16.957  $0.050 $9.918 oe : ; ae 
Other $3535 $3535  $0.000 $1.297 pile salah Ss cee ee 
Contingency $1.350 $1.300  ($0.050) $0.000 Ue eats cranee Grice 16% 
OES! 922.638 _522.638 311.909 Design as Percent of Construction: 5% 
Pines ate) JNs es BUDS Eoeeey Other as Percent of Construction: 21% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Sep-17] 28-Mar-18 
Design $0.872 $0.922  $0.050 S0.853 
Construction $15.400 $16.400 $1.000 $5.926 eas 
Other $2.089  $2.139  $0.050 $0.699 fe eater aaa a 30-Apr-21 
Contingency $0.800 $0.800  $0.000 $0.000 sean eden change Orden 6% 
Total $19.161_520.261 37.477 Design as Percent of Construction: 6% 
nib pias res RIDGE Deeaey Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29 a 
Design $1.534 $1.534 $0.000 $1.489 
Construction $19.229 $19.229 $0.000 $7.976 Phe : ’ PACE 
Other $2.615  §2.615  $0.000 $1.513 Sues terer ea ae eal 
Contingency $1.900 $1.900 $0.000 $0.000 ACen entcran Grange Orden 0% 
oes 925.278 __525.278 310.978 Design as Percent of Construction: 8% 
ES Dean UES Legacy Other as Percent of Construction: 14% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [23-41 AE b= ei) 
Design $0.460 $0.582 $0.122  $0.377 
Construction $8.477 $8.576 $0.099 $8.161 as ; ; ike 
Other $1.453 §1.431 ($0.022) $1.186 by Sunder in eel ats ae eles 
Contingency S0.450 $0.251  ($0.199) $0.000 oy Construction Change Order: 19 
toe! $10.840__$10.840 $9.724 Design as Percent of Construction: 7% 
Pigs arn TYRES BRIDGE Pegacy Other as Percent of Construction: 17% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L20=Sep-1- AES 
Design $0.600 $0.560 (S0.040) $0.552 
Construction $6.800 $7.200 $0.400 S$6.738 a ; ; ee 
Other $1.512  $1.149 ($0.363) $0.957 pene es Oe ieee 
Contingency $0.350 $0.000 (S0.350) $0.000 ae cae Grace Orien 9% 
Ugel 39.261 38.909 38.248 Design as Percent of Construction: 8% 
EAS Ib 20016) UNE EMIRISE ELS) Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17 | 21-Dec-17 
Design S0.000 S0.000 S0.000 S0.000 
Construction $250.630 $267.938 $17.308 $98.530 - ‘ ; ied 
Other $121.776 $119.797  ($1.978) $14.011 ed seinen aaa Sen: 30-Nov-23 
Contingency $37.595 $22.265 ($15.330) $0.000 oF Canciuction Gaanee Siee 7% 
Tota 3410.000_ 410.000 pil 5a0 Design as Percent of Construction: 
PTSID: 0027B Dee ese Legacy Other as Percent of Construction: 45% 
Budget Spent _Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [27-Sep-17 | 03-Jan-18 | 18-Nov-19 
Design S0.650 S0.865 $0.215 $0.857 
Construction S9.400 $9.833 $0.433 $9.078 we : ; oe 
Other ($0.067) $1872 $1939 $1.751 ens a aes See 
Contingency $1.410 $0.000 (S$1.410) $0.000 SeRnGeE GR chance Orde 10% 
uel $11.393_512.570 311.686 Design as Percent of Construction: 9% 
a ee PES ERIDGE Pas Other as Percent of Construction: 19% 
Budget Spent = BUETSISe: NTP pol a 
Initial | Projected Difference To Date Schedule: Dewees 
Design $0.379 $0.379 $0.000 $0.367 
Construction $1.511 $1.579  $0.068 $1.390 s ; ; ees 
Other $0.824  §0.824  $0.000 $0.572 pencil dae aes SPS EN EE 
Contingency $0.075 $0.007 (S0.068) $0.000 @ Cancutchan Change Biden 5% 
foe 32.789 32.788 32.328 Design as Percent of Construction: NA 
Epa IPE BRIDGE Eseery Other as Percent of Construction: 52% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Aug-17 [11-Oct-17 | 
Design $0.150 $0.331 $0.181 $0.271 
Construction $12.320 $12.320 $0.000 $9.613 Se : : eee 
Other Sep) Gavi Sas Gy ily eflcaenare aes Gee elena 
Contingency $1.358 $0.962  (S0.396) $0.000 Se ConecRiction Grane Order "1% 
uel $19.048 19.048 $11.990 Design as Percent of Construction: NA 
Pree O86 pe ER DEE ey Other as Percent of Construction: 44% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Apr-17] 24-Jan-18 
Design $0.425 $0.530 $0.105 $0.379 
Construction $12.137  $12.137  $0.000 —$7.520 + ae 
Other $3.032 $3.048  $0.016  $0.936 ee ee acne 31-Aug-20 
Contingency $1.214 $1.092  ($0.122) $0.000 oF Cancion Change brick 19% 
Total $16.808__$16.808 38.835 Design as Percent of Construction: 4% 
PTSID: 0114K Eien eee peeaty Other as Percent of Construction: 25% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Apr-17 | 31-Jul-17 | 28-Sep-17. 
Design 50.000 S0.000 S0.000 S0.000 
Construction $0.500 $0.500 $0.000 S$0.475 a8 : ; ce 
Other $0.327 §0.327 $0.000 $0.161 sy ese oe BUN: eemelseWs 
Contingency S0.066 $0.066 $0.000  $0.000 oF COREE AIGHO Chanwe Grier "50 
tora 30.893 30.893 30.636 Design as Percent of Construction: 
RESIDE DOSaC ERE OPER IING preety Other as Percent of Construction: 65% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.544 $0.544  $0.000 $0.495 ee : ; re 
Other $0.322 §0.322 $0.000 $0.159 poe ee cle ur able: 31-Oct-17 
Contingency S0.066 $0.066 $0.000 $0.000 b, COReTCan Granee Grier: 0% 
Hota! 30.932 30.932 30.653 Design as Percent of Construction: 
PU eE es IE SOE EROTING PESey Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28-Apr-17 | 31-Jul-17 | 02-Oct-17 
Design 50.000 S0.000 S0.000 S0.000 
Construction $0.578 $0.600 $0.022 $0.554 sae . ; de 
Other $0.322  $0.300 ($0.022) $0.269 fife car a Bes 31-Oct-17 
Contingency S0.066 $0.066 $0.000  $0.000 COREG Change orden 10% 
iota 30.966 30.966 30.823 Design as Percent of Construction: 
pilD DOEa EE: SP EneIne eaty Other as Percent of Construction: 50% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [28-Apr-17] 3 
Design S0.000 S0.000 $0.000  $0.000 
Construction $1.182 $1.182 $0.000 $0.899 Se : ; Cre 
Other $0.449  $0.494 + $0.045 -—-§0.360 epimers aoe ROMO! 
Sega Deak aoe (50.045) epee % Construction Change Order: -1% 
: - Design as Percent of Construction: NA 
UGHEE Tela BE DEE RATING ey Other as Percent of Construction: A2% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Apr-17 | 31-Jul-17 | 29-Jun-18 | 
Design $0.000 $0.000  $0.000 $0.000 
Construction $1.863 $1.978 $0.115 51.863 3 : . ae 
Other 0.429  $0.314 ($0.115) $0.181 ee ee aE: 30-Jun-18 
Contingency $0.133 $0.133 $0.000 $0.000 aA Pane icin Chan eden: 19; 
Total $2.425 $2.425 $2.043 eae 6 . ° 
Design as Percent of Construction: 
PISID; Q086X TPE OPERAS LebHey Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [_28=Feb-17 SFOS | 
Design S0.000 S0.000 $0.000 $0.000 
Construction $2.011 $1.816  (S0.195) $1.664 oe : ; ee 
Other $0.839  $0.716 ($0.123) $0.657 ede salah Call 30-Apr-19 
Se ee oe ee rei 30.178 See % Construction Change Order: -17% 
- - - Design as Percent of Construction: 
Bie aes NEE SO TEE AUING Eeeecy Other as Percent of Construction: 39% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17 ]| 31-Jul-17 | 24-May-19 
Design $0.422 $0.443 $0.021 $0.274 
Construction $5.198  $5.510 $0,312 $5.118 ” aoe 
Other $1.076 $1666 $0589 $1.455 fe cate ar aaa ane 31-Dec-18 
Contingency $0.635 $0.038  ($0.597) $0.000 sean eden Chan arden 3% 
Total $7.331  _ $7.656 $6.846 ae 6 e 
Design as Percent of Construction: 8% 
BEEP IEE OPERATE preety Other as Percent of Construction: 30% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.046 S0.046 $0.000 $0.000 
Construction $1.929 $1.929 $0.001 $1.612 eke : : Merete 
Other $0.406  $0.466  $0.060 $0409 pues terer eau eet: 31-May-13 
Se ae ee re (30.061) ae % Construction Change Order: -16% 
- - - Design as Percent of Construction: 2% 
SUSE TTES EEAOLER SUING Legacy Other as Percent of Construction: 24% 


FFY17 


PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Sep-17 | 25-Jan-18 | 27-Jul-18 
Design $0.133 $0.133 S0.000 S0.053 
Construction $1.100 $1.100  $0.000 $1.055 7 : ; pease 
Other $0.847 $0.411 ($0.436) $0.338 dea sar oe aa aUNnes 31-Aug-18 
Contingency $0.055 $0.000 (S0.055) $0.000 o Consthietion Change Grdek 10% 
Total 92.135 31.644 31.445 Design as Percent of Construction: 12% 
gl ee TPE PEVEMENT Lreaty Other as Percent of Construction: 37% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [.27—Dec-16 | 28-Apr-17 | 06-Dec-18 
Design S0.500 S0.500 S0.000 $0.115 
Construction $6.200 $6.606 $0.406 $5.942 ay : ; Pee 
Other §2.437  $2.317_($0.120) §1.960 eae Clee gee Bo Nov Ls 
Contingency $0.314 $0.028  ($0.286) $0.000 Corea Gaanee Orden 6% 
Uae 39.451 39.451 38.017 Design as Percent of Construction: NA 
ae UINSES Tea WEED Eeeecy Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.600 $0.414 ($0.186) $0.380 
Construction $6.786 $6.961 $0.175 S$6.684 as : ; use 
Other $1.093 $1.171  $0.078 —§0.950 i ase roel Gut 30-Nov-18 
Contingency $0.339 $0.271  ($0.068) $0.000 oF COREE RIGHON Chanwe Grier 19% 
toe! 38.817 38.817 38.015 Design as Percent of Construction: 6% 
PTSID -Q088A EEE PE vewiENe ESeaey Other as Percent of Construction: 17% 
Budget Spent Advertise 
Initial | Projected Difference To Date Schedule: [31-Jul-17]. 
Design S0.400 S0.420 $0.020 $0.215 
Construction $3.000 $3.000  $0.000 $1.569 = : ; ee 
Other $1.317  $1.337. -$0.020 —$0.505 pore cae er oes 30-Nov-18 
Contingency $0.300 $0.260  (S0.040) $0.000 b, COReTCan Granee Grier: 2% 
total 35.017 35.017 52.289 Design as Percent of Construction: NA 
SEE tisia Tipe PAV EMEN beeacy Other as Percent of Construction: 45% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Sep-17 | 06-Feb-18 [31-Aug-18 
Design $0.414 $0.414  $0.000 $0.335 
Construction $5.278 $5.278 $0.000 $5.104 3 . ; ae 
Other $1,194 $1,194  $0.000 $0.761 fife cre aa GENTE 30-5e0-18 
Contingency $0.238 $0.238 $0.000  $0.000 WC oREHIGh Change orden 2% 
Total $7.123 37.123 36.200 Design as Percent of Construction: 8% 
ETSIDS 20810 TEE Ee IENS beeeey Other as Percent of Construction: 23% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L26-Sep-17 | 09-Jan-18 
Design $0.710 $0.710 $0.000 $0.571 
Construction $3.135 $3.135 $0.000 $2.311 ee ; ; ee 
Other $0.941  $0.941  $0.000 $1.247 epi enare aes Ce a SEEN 
as ee res 20.000 en % Construction Change Order: 2% 
= = : Design as Percent of Construction: 23% 
PSIeE oe tk RE EA NEMENT beeacy Other as Percent of Construction: 30% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L22-Feb-17 | 03-May-17 [17-Nov-17_ 
Design S0.767 S0.767 $0.000 $0.347 
Construction $4.751 $4.728  ($0.023) $4.501 = : ; pases 
Other $2.197 $2.199  $0.002 ~—-$0.895 ee ee BENE: SemEN tS 
a rere oa 30.000 sent % Construction Change Order: -4% 
- : : Design as Percent of Construction: NA 
EP tony EE: Pees Leeaey Other as Percent of Construction: A7% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.390 $0.465 $0.075 $0.358 
Construction $4.637 $5.169 $0.532 $4.609 7 : ; metee 
Other §2.735  $2.420  ($0.315) $1.063 eee eae call 30-Nov-18 
Se ee oa cae Hane (30.292) cece % Construction Change Order: 9% 
: - - Design as Percent of Construction: NA 
PME Weal) UN SES TRIED peeecy Other as Percent of Construction: A7% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.130 $0.205 $0.075 $0.112 
Construction 53.960 $4.094 $0.134 54.028 - : . - 
Other $1.242 $1196 ($0.046) $0.845 fe eater eae gent eel Augil7 
ae re Ha (30.163) oe % Construction Change Order: 2% 
= : - : Design as Percent of Construction: NA 
RESID, Blah PRED EAYEMENS peeaty Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.110 $0.110 $0.000 $0.070 
Construction $0.880 $0.880  $0.000 $0.744 Phe : ’ ; 
Other $0.525  $0.525  $0.000 $0.229 Saeco ema ae: 31-Dec-18 
eee eae Pees ena 50.000 eae % Construction Change Order: 2% 
- : - Design as Percent of Construction: NA 
BYSID: 01735 [RS iiga aan Legacy Other as Percent of Construction: 60% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.600 S0.600 S0.000 S0.478 
Construction $5.900 55.980 S0.080 $4.031 = : . P - 
Other $2.238  $2.238 $0.000 $1,341 dy Sunder in eel ats GENTE: 31-May-19 
Contingency $0.295 $0.215  ($0.080) $0.000 Se Conethuetion Change Order: "79% 
Total $9.033 $9.033 $5.850 Design as Percent of Construction: 10% 
PESIgnOh se IRE? Fey EMERT beeacy Other as Percent of Construction: 37% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [16-Aug-17 | 25-Oct-17 | 18-Sep-18 
Design $0.300 $0.250  ($0.050) $0.132 
Construction $3.334 $3.104  ($0.230) $2.432 ise : : Dae 
Other $1.299  $1.034 ($0.265) $0.673 pena ae SEE: 30-Nov-18 
Contingency $0.202 $0.000 (S$0.202) $0.000 Seana Grange Oren "14% 
gel 35.134 34.387 33.237 Design as Percent of Construction: NA 
EypID sDTESY UNG Ca SMIENTE ee) Other as Percent of Construction: 33% 
STORMWATER 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [24-Mar-17 | 07-Jun-17 | 29-Sep-17 
Design S0.100 S0.098 (S0.002) $0.098 
Construction $0.224 $0.223 ($0.001) $0.223 a8 : ; Ses 
Other $0.374  $0.132--($0.242) $0,132 sy ase roel Bune s eas 
Contingency $0.016 $0.000 (S$0.016) $0.000 oF COREE RIGHON Chanwe Grier 0% 
Total 30.715 30.453 30.453 Design as Percent of Construction: 44% 
PTSID: 0166M EEE SER NENBTES peeety Other as Percent of Construction: 59% 
han OTHER 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [L07-Jun-17 | 07-Sep-17 | 13-Nov-18 
Design $0.150 $0.165 $0.015 50.000 
Construction $2.800 $2.800 $0.000 $2.590 = . ; ee 
Other $1.701 $1,686 ($0.015) $§1.118 pile cusaar ir ia anh: 31-0ch-13 
Contingency S0.140 $0.140 $0.000 $0.000 of Construction Charge Giddic 19 
total 34.791 24,791 33.708 Design as Percent of Construction: 6% 
pists: Goeth) aE TE OTHEn preety Other as Percent of Construction: 60% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: L05-Dec-16 | 21-Dec-17 
Design S0.000 S0.000 S0.000 S0.000 
Construction $41.826 $42.380 $0.554 $19.936 ae : ; rey: 
Other $15.572 $15.572 $0.000 $8.873 eee eee ae 30-Jun-12 
Contingency $4.183 $3.629  ($0.554) $0.000 Saco an crenee Orden: 0% 
Eat 361.580 __ 961.580 328.809 Design as Percent of Construction: 
Lee lela TYPE: TAP/OTHER pene Other as Percent of Construction: 37% 
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TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | 

Design $0.040 $0.022  (S0.018) $0.000 
Construction $0.250 $0.000 ($0.250) $0.000 oA : ; eae, 
Other $0.200  $0.453 $0.253 $0.382 ase a aaa at: eleetSemts 
oo o ee 90.015 ee % Construction Change Order: 0% 

= : : - Design as Percent of Construction: NA 
EISID: ON29E TPE: TROEFG Debaey Other as Percent of Construction: 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [31-Aug-17 | 30-Nov-17 | 02-Nov-18 
Design $0.117 $0.117. $0.000 $0.061 
Construction $0.530 $0.530 $0.000 $0.481 ay : : oe 
Other $0.236  $0.239 $0.003--$0.311 eae Cleo ae: 30-Nov-18 
Contingency $0.050 $0.047  (S0.003) $0.000 Corea chance Grder 5% 
Uae 30.933 30.933 30.852 Design as Percent of Construction: NA 
ale Dea NEES DENS peeeey Other as Percent of Construction: 45% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.260 S0.260 $0.000 $0.222 
Construction 51,531 $1.630  $0.099 $1.078 oid : ; Sei 
Other $1.226  $1.280 $0.054 §0.902 Ay eae roel BONE: RIRK ISN EEE 
Contingency $0.153 $0.000 (S$0.153) $0.000 oF COREE RIGHON change Gidec 1% 
ore! 33.170 $3,170 32.202 Design as Percent of Construction: NA 
PSE aia! Ue aes Legacy Other as Percent of Construction: 79% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Jan-17 | 30-2 7 BU: 
Design $0.040 $0.040 $0.000 $0.027 
Construction $0.579 $0.579  $0.000 $0.532 ee : ; oe 
Other $0.653  $0.661  $0.008 $0.084 poe ee caer oes 31-Jan-18 
Contingency $0.037 $0.029  (S0.008) $0.000 b, COReTCan Change Shick 0% 
Uae 31.308 31.308 30.643 Design as Percent of Construction: NA 
Pp 0S EE CURA ERIG peeay Other as Percent of Construction: 114% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [22-Sep-17 | 18-Jan-18 | 21-Sep-18 
Design $0.042 $0.042 $0.000 $0.000 
Construction S0.700 S0.700 S$0.000 $0.659 vj : . Bea 
Other $0.745  $0.745  $0.000 $0.445 fife cre aa an, ee 
Contingency $0.032 $0.032 $0.000 $0.000 WC oREHIGh charge Gide 5% 
ioe! 31.518 31.518 31.103 Design as Percent of Construction: 6% 
SIDS Q0iae INES BARES Legacy Other as Percent of Construction: 106% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [L04-Jan-17 | 28-Mar-17 | 25-May-18 
Design S0.330 $0.405 $0.075 $0.159 
Construction $1.468 $1.468  $0.000 $1.270 ee : ; 
Other $2.016  $1.949 ($0.068) §0.788 efi enare aes BEE 31-May-18 
Contingency S0.075 $0.068  (S0.008) $0.000 9% Construction Change Ordce: 3% 
ore! 33.889 $3.889 $2.217 Design as Percent of Construction: 28% 
Pisip O0ete Uae aa Legacy Other as Percent of Construction: 133% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.236 $0.221 ($0.015) $0.072 
Construction $1.100 $1.100 S0.000 50.894 _ : . 
Other $0.414  $0.594 $0.180 $0.410 ee eee: PLS eae 
Contingency $0.165 $0.000 (S$0.165) $0.000 SF. Panciieion Ghande Orden "1% 
Total $1.915 $1.915 $1.377 Design as Percent of Construction: 20% 
EP poTtp PE: JpREE NG Leeeey Other as Percent of Construction: 54% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.065 S0.065 S0.000 S0.000 
Construction $0.549 $0.561 $0.012 $0.435 r : ; 
Other $0.430  $0.445 $0.015 §0.254 ede sal eeeh Calls 30-Nov-18 
Contingency $0.055 $0.028  ($0.027) $0.000 Oa ete Granee Grice "1% 
otal 31.098 31.098 30.689 Design as Percent of Construction: 12% 
Ble ere UNEE MUR AaEIe Eeeacy Other as Percent of Construction: 79% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Feb-17 | 24-May-17 | 29-Jun-18 
Design $0.228 $0.228 $0.000 $0.193 
Construction 51.403 $1.403 50.000 $1.293 or . . 
Other $0.511  $0.511 $0.000 $0.650 Pe eater aaa lh 34-Jub18 
Contingency $0.140 $0.140  $0.000 $0.000 ae ane ean Ghanee Orden 5% 
Total $2.282 32.282 32.136 Design as Percent of Construction: NA 
BiSeeney iazaliegdls peeaty Other as Percent of Construction: 36% 
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FFY18 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [19-Sep-18 | 05-Dec-18 
Design $1.237 $1.237 S0.000 $0.981 
Construction $7.300 $7.300 $0.000 $1.901 we ; ' cae: 
Other $1.853 $1.853 $0.000 $0.705 ed casera ea ae NNTE: 31-Dec-20 
Contingency $0.378 $0.378 $0.000  $0.000 ee eee Geach Chanwe dae 3% 
Total $10.768_510.768 33.586 Design as Percent of Construction: 17% 
ieiD WOter Peers peeety Other as Percent of Construction: 25% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Sep-18 | 18-Dec-18 | 
Design $0.819 S0.819 S0.000 $0.652 
Construction $7.695 S7.765 $0.070 $3.914 a . ‘ as 
Other $1.529 $1,529  $0.000 $0.609 speumeaesa as gu 31-May-21 
Contingency $0.385 $0.315  ($0.070) $0.000 a eOneniedon Grange Orden 10% 
otal $10.427__$10.427 $5.175 Design as Percent of Construction: 11% 
USE IES Wise EISIPIEIE Eeegey Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design 50.998 S0.998 50.000 $0.882 
Construction $2.664 $2.664 S0.000 $1.740 i : ; ; ‘ 
Other $0.895  $0.916  $0.021  $0.596 pe Narra aa cont: 31-May-20 
Contingency S0.080 $0.059 (S0.021) $0.000 a. Construction Change gage 0% 
Total $4.637 $4.637 $3.218 Design as Percent of Construction: 37% 
Pislh, aise TPE ERIDGE peay Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: Lt 
Design $1.125 $1.075 (SO.050) $0.697 
Construction $3.633 $4.033 $0.400 $1.899 re : ; oe 
Other $2.174  $1.924 ($0.250) $0.612 cad nae Oe SEEN eee 
Contingency $0.180 $0.080 (S$0.100) $0.000 a eee Gaanee Orden 16% 
Total 37.112 37.112 33.208 Design as Percent of Construction: 27% 
PL UEE WE UMHS EINE Belay) Other as Percent of Construction: A8% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [14-Aug-18 | 29-Oct-18 
Design $1.480 $1.480 S0.000 $1.306 
Construction $6.500 $6.500  $0.000 $1.923 64 ' ; ere 
Other $2,133 $2.133. $0.000 ~—$0.707 py unread auNTE: ene Mav-21 
Contingency $0.625 $0.625 $0.000 $0.000 oF ConeuucHon Ghaiae adee 0% 
Total $10.738_510.738 33.935 Design as Percent of Construction: 23% 
PSR aot iE emo ESeAey Other as Percent of Construction: 33% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [19-Sep-18 | 26-Nov-18 
Design $0.520 $0.520 $0.000 $0.394 
Construction $5.355 $5.355 $0.000 $0.712 5 i ; cee 
Giket $1.830 $1,830 0.000  §0.297 Anticipated Completan at NTP: 31-May-21 
: # of months late: 
Contingency $0.375 $0.375 S$0.000 $0.000 ep concticonicanee acer. 0% 
ore! $8.080 $8.080 $1.403 Design as Percent of Construction: 10% 
Pies Uns IMs EISBN pea Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Nov-17] 28-Aug-18 
Design 50.450 S0.450 50.000 S0.414 
Construction $6.700 $6.700  $0.000 $4.111 - : ; ued 
Other $2.626  $2.626  $0.000 $0.400 ee ee acne 30-Jun-21 
Contingency $1.040 $1.040  $0.000 $0.000 GF Pancieion Chane Orden 3% 
Total $10.816__$10.816 34.926 Design as Percent of Construction: 7% 
PTSID: 0O17E ie ones Peaey Other as Percent of Construction: 39% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Nov-17 [30-Oct-18 _ 
Design S0.788 S0.788 S0.000 S0.284 
Construction $10.729 $10.729 $0.000 $3.464 fe 4 . ; ae 
Other $3.381  $3.381 $0.000 $0.292 eee eae call 31-Oct-22 
Contingency $1.609 $1.609 $0.000 $0.000 SAC a racnen enenee Oren 0% 
ioral $16.508_516.508 34.039 Design as Percent of Construction: 7% 
Pinellas Ween Unis 20 EDS Eeeecy Other as Percent of Construction: 32% 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-May-18 | 02-Aug-18 | 
Design S0.460 $0.520 $0.060 $0.422 
Construction $2.502 $2.502 $0.000 $1.095 - , . 
Other $1.944  $1.984 $0.040 $0.47 fe career aaa ao pees Mav-20 
a aad rear Hee (0.100) eee % Construction Change Order: 2% 
= : : : Design as Percent of Construction: 21% 
RSP res ines RIDGE peeaty Other as Percent of Construction: 79% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.774 $0.774 $0.000 $0.571 
Construction $9.980 $9.980 $0.000 $1.970 Be : ; : 
Other §2.115 $2.115  $0.000 $0.417 Buscar ema ae: 30-Jun-22 
See eee eoaaee eee 50.000 ace % Construction Change Order: 1% 
- - - Design as Percent of Construction: 8% 
ISB Eer ae TVRESBuIDGE beeey Other as Percent of Construction: 21% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29= | 15-Nov-18 
Design S0.800 S0.800 $0.000 $0.662 
Construction $5.944 $5.944 S$0.000 $3.874 a P ; Aas 
Other $1.598 $1,598  $0.000 $1.159 Sih Suber ineel as ee 31-Aug-20 
Contingency S0.400 S0.400 S$0.000 $0.000 oF Construction Change Order: 0% 
Total $8,742 $8.742 $5.695 Design as Percent of Construction: 13% 
Pia OOtse TYPES BRIDGE Eeeaty Other as Percent of Construction: 27% 
Budget Spent BOverUses ue Complete 
Initial Projected Difference To Date Schedule: [2 
Design $0.397 $0.397. $0.000 $0.381 
Construction $1.664 $1.664 $0.000 S$0.148 a é ; ene 
Other $0.834  $0.834 + $0.000—$0.169 pene es SEE: 30-Jun-20 
Contingency $0.160 $0.160 $0.000  $0.000 Seater inn Grange Oren 0% 
ioe 33.055 33.055 30.699 Design as Percent of Construction: 24% 
Esp ia2G UNEASE Esbaey, Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Sella 
Initial © Projected Difference To Date Schedule: [29 ii) (OCatcreS 1) ASiecst 
Design $0.375 $0.375 $0.000 $0.259 
Construction $2,322 $2.322 $0.000 $1.306 - ‘ ; Seed 
Other $1.260  $1.260 $0.000 $0.77 ed seine aaa Sen: SicJan-21 
Contingency $0.115 $0.115 $0.000 $0.000 oF Canciuction Granee Bien: 1% 
Total 34.072 34.072 92.342 Design as Percent of Construction: NA 
ETSIBy O1494 Dee SelbSe Leeacy Other as Percent of Construction: 54% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [24-Oct—17 [30-Jan-18 | 15-Nov-18 
Design $0.500 $0.500 $0.000 $0.374 
Construction $1.702 $1.702 $0.000 $1.559 oF . ; cer 
Other $1.290  $1.290  $0.000 $0.675 aad soar a ae oe 30-Jun-19 
Contingency $0.077 $0.077 $0.000 $0.000 SeRnGeE GR chance Oren 0% 
otal 33.569 33.569 32.608 Design as Percent of Construction: 29% 
Lee Es UME EDS EasS) Other as Percent of Construction: 76% 
Budget Spent Advertise NTP complete 
Initial © Projected Difference To Date Schedule: [12-Jul-18 | 26-Sep-18 ] 0. = 
Design $0.625 $0.625 S0.000 $0.258 
Construction $1.520 $1.520 $0.000 $0.717 = . ; ae 
Other $1.348  $1.348 $0.00 $0.449 pe enreell daa ae Nts 30-Jun-20 
Contingency $0.076 $0.076 $0.000 $0.000 @ Cancutchan change Gee 0% 
for 33.569 33.569 31.424 Design as Percent of Construction: 41% 
PTSID: 0201B IPE: SRIDGE pegaty Other as Percent of Construction: 89% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Apr-18 
Design NA $1.037 NA $0.631 
Construction NA $5.900 NA $0.000 Anticipatedicanpleuonran hie: NA 
Other NA $2.051 NA $0.367 
‘ # of months late: NA 
Contingency NA $0.237 NA $0.000 BF CER UCICNIGRanECORIEE: 0% 
Total NA $9.225. NA $0.998 tee 8 ie : 
- Design as Percent of Construction: 18% 
Bip oa INPESERESE Eeeecy, Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [L29-Dec-17 | 29-Mar-18 
Design 50.370 $0.370 $0.000 $0.217 
Construction 53.808 $4.215 S0.407 $2.697 eas ‘ . 
Other $1,687 $1.204 ($0.483) $0.665 cme a een 30-Apr-20 
Contingency $0.250 $0.171  (S0.079) $0.000 Beane IGA chan Borden 11% 
Total $6.115 — $5.960 $3.579 ne 8 - : 
Design as Percent of Construction: 9% 
BiSiPe eis TREE mnor ESbaty Other as Percent of Construction: 29% 
Budget Spent NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.801 $0.801 $0.000 $0.784 
Construction $10.000 $10.000 $0.000 $2.295 eke : ; 
Other $2.815  §2.815  $0.000 $0303 Bee seceren ema eet: 31-Dec-21 
Contingency $0.900 $0.900 $0.000  $0.000 cena Ch Order 5% 
Total $14.516 $14.516 $3.382 ‘ al A clecsl dra so sical Ee ; 
Design as Percent of Construction: 8% 
es EERIE beeacy Other as Percent of Construction: 28% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 18 | 07-Aug- 
Design $0.775 $0.775 S0.000 $0.658 
Construction $3.661 $3.676 $0.015 $1.781 oe : ; ipa: 
Other $1.733 $1.733 $0.000 $0.471 oo ee aes piteN ters 
ee ree pee (30.015) ee % Construction Change Order: 2% 
: : : Design as Percent of Construction: 21% 
PIR Ore IEE, BRIDGE pseaey Other as Percent of Construction: 47% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [11-May-18 | 27-Jul-18 | 30-Oct-18 
Design S0.000 S0.000 $0.000  $0.000 
Construction $0.342 $0.342 $0.000 $0.339 we ; ' 
Other $0.218  $0.218  $0.000 $0.044 ed carer aaa ce creas 
Contingency $0.040 $0.040  $0.000 $0.000 7 Ceci ; is 
% Construction Change Order: 0% 
Total $0.600 50.600 50.383 ; Bee 
Design as Percent of Construction: 
PIS |BE B10 TE ree e bree Other as Percent of Construction: 64% 


FFY18 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L22—Dec-17 | 26-Mar-18 | 05-Sep-18 | 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.666 $0.666 $0.000 $0.584 ee i : 
Other $0.251 $0.251  $0.000 $0.062 epi enare aes BEE 31-Oct-18 
Contingency S0.033 $0.033 S0.000 S0.000 9% Construction Change Ordce: 0% 
UE 30.950 $0.950 30.646 Design as Percent of Construction: 
PLE Woe IMHes EIPER INS peegey) Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L20—Dec-17 | 08-Mar-18 | 15-Aug-18 
Design $0.000 $0.000  $0.000 $0.000 
Construction $0.698 $0.698 $0.000 $0.625 - : ; 
Other 0.251  §0.251  $0.000 $0.069 ee ee acne 31-0ch-18 
Contingency 50.033 $0.033 $0.000 $0.000 oF Construction chande Orden 0% 
foetal 30.982 30.982 30.694 Design as Percent of Construction: NA 
PTSID: 0105B PE, Penns peany Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.27—Dec-17 
Design S0.000 S0.000 S0.000 S0.000 
Construction S1:237 $1.237  $0.000 $1.216 oe : ; 
Other $0.339  $0.339 $0.000-$0.211 eile sal eeeh ate: 30-Nov-18 
Contingency $0.075 $0.075 $0.000 $0.000 Oa ete Granee Grice "7% 
es 31.651 31.651 31.427 Design as Percent of Construction: 
PYSID: 01050 Ui Oey peealy Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [25-May-18 ]| 02-Aug-18 | 13-Dec-18 
Design 50.000 $0.008 $0.008  $0.000 
Construction 52.009 $2.009 50.000 $2.517 or . . 
Other $0.340 $0362  $0.022 $0.438 pi eater eae ao 30-Nov-18 
Contingency S0.060 $0.030 (S0.030) $0.000 sean eden change Orden 29% 
Total $2.409 $2,409 32.955 Design as Percent of Construction: 0% 
RESID. Banas PPE SEERA beeety Other as Percent of Construction: 18% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [L28-Dec-17 | 20-Feb-18 | 10-Apr-19 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.427 $1.427 $0.000 $1.387 eke : ; 
Other $0.339 0.339 $0.000 $0.124 Sues trer ema cle 30-Jun-19 
Contingency $0.075 $0.075 $0.000 $0.000 Ua eerste Gronee Onien 0% 
otal 31.841 31.841 31.510 Design as Percent of Construction: 
PTSID: O105E RIGO Gls Eeeaty Other as Percent of Construction: 24% 


Budget Spent 

Initial Projected Difference To Date 

Design $0.000 $0.000 $0.000  $0.000 

Construction $1.523 $1.523 $0.000 $1.404 

Other $0.402 S0.402 $0.000 $0.148 

Contingency $0.075 $0.075 $0.000 $0.000 

Total $2.000 $2.000 $1.552 
PTSID: 0105A TYPE: OPERATING Legacy 


FFY18 


Complete 


Advertise NTP 


Schedule: [18-May-18 | 25-Jul-18 | 24-Jun-19 | 
Anticipated Completion at NTP: 30-Jun-19 
# of months late: 
% Construction Change Order: 6% 
Design as Percent of Construction: 
Other as Percent of Construction: 26% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-Dec-19 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 9% 
Other as Percent of Construction: 27% 


Complete 


Budget Spent 
Initial Projected Difference To Date 
Design $0.108 $0.108 $0.000 $0.074 
Construction $1.147 $1.152 $0.005 $1.078 
Other $0.307 $0.307 $0.000 $0.102 
Contingency S0.060 $0.055  (S0.005) $0.000 
Total $1.622 $1.622 $1.253 
PTSID: 0131L TYPE: OPERATING Legacy 
PAVEMENT 
Budget Spent 
Initial Projected Difference To Date 
Design $0.800 $0.800 $0.000 $0.585 
Construction $6.089 $6.083 ($0.006) $4.429 
Other $1.603 $1.603 $0.000 $0.799 
Contingency $0.713 $0.719 $0.006 $0.000 
Total $9.205 $9.205 $5.813 
PTSID: 0012Q TYPE: PAVEMENT Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design S0.670 $0.670 $0.000 S$0.207 

Construction $1.630 $1.630 $0.000 $1.098 

Other S0.801 S0.801 $0.000 $0.390 

Contingency $0.105 $0.105  $0.000 $0.000 

Total $3.206 $3.206 $1.695 
PTSID: 0012T TYPE: PAVEMENT Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.358 $0.358 $0.000 $0.246 

Construction $2.728 $2.738 $0.010 $2.230 

Other S0.768 $0.768 $0.000 $0.457 

Contingency $0.135 $0.125  ($0.010) $0.000 

Total $3.989 $3.989 $2.934 
PTSID: 0171D TYPE: PAVEMENT Legacy 


Advertise NTP 


Schedule: 
Anticipated Completion at NTP: 31-Aug-19 
# of months late: Een aa 
% Construction Change Order: -1% 
Design as Percent of Construction: 13% 
Other as Percent of Construction: 26% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 30-Jun-20 
# of months late: 
% Construction Change Order: 6% 
Design as Percent of Construction: 41% 
Other as Percent of Construction: 49% 


Advertise NTP 


Complete 


Schedule: [11-May-18 | 13-Sep-18 | 18-Aug-19 
Anticipated Completion at NTP: 31-Aug-19 
# of months late: 
% Construction Change Order: 1% 
Design as Percent of Construction: 13% 
Other as Percent of Construction: 28% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Mar-18 | 12-Jun-18 | 30-Nov-18 | 
Design S0.180 S0.180 S0.000 $0.101 
Construction $2.324 $2.324 S$0.000 $1.856 = : ; : 
Other $0.928 $0928  $0.000 $0.642 eplcabenare aes Case SPENSER, 
Contingency $0.116 $0.116 S$0.000 $0.000 Be Conecniction Granee Order 0% 
uel 93.548 $3.548 $2.599 Design as Percent of Construction: 8% 
Ales aay Eee Eee Other as Percent of Construction: 40% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [30-Mar-18 | 1 
Design $0.300 $0.300 $0.000 $0.047 
Construction $1.395 $1.395 $0.000 $0.896 a : ; paces 
Other $0.717. $0.717 + $0.000 —-$0.347 oe ee eer: SEEN 
Contingency $0.140 $0.140 $0.000  $0.000 oF Conctuedon chat ener 3% 
Hota! 92.551 $2.551 $1,289 Design as Percent of Construction: 22% 
PIBIR EBL ySh TES EEMENS bepaey Other as Percent of Construction: 51% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-Jan-18 
Design S0.460 S0.460 S0.000 S0.368 
Construction $3.995 $4.545 $0.550 $4.163 r . ; : 
Other $1.509  $1.059 ($0.450) $0.990 ede sal eeeh call 31-Dec-20 
Contingency $0.208 $0.108  ($0.100) $0.000 Ua ents Change Ginter 15% 
OES! 36.172 36.172 35.522 Design as Percent of Construction: 10% 
POE USES EEN ea Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L21-Sep-18 | 18-Dec-18 | 17-Oct-19 
Design $0.755 $0.755 S0.000 $0.632 
Construction $7.373 $7.414 $0.041  5$5.004 ong ; ; r 
Other $1.478  $1.478  $0.000 $1.133 fe eater eae ONE penal MEN erAs 
Contingency $0.350 $0.309 (S0.041) $0.000 sean eden charge Sider 19 
otal 39.956 39.956 36.769 Design as Percent of Construction: NA 
rel Peels DRE Eee MENS peeaty Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Apr-18 | 27-Jun-18 | 24-Oct-18 
Design S0.380 S0.380 S0.000 S0.276 
Construction $1.241 $1.241  $0.000 $1.273 ee : ; : 
Other $1.640  $1.640 $0.000 $1.173 pcan ear ae: 30-Nov-18 
Contingency $0.062 $0.062 $0.000 $0.000 Ua eerste Change Order 5% 
oes 33.323 33.323 92.722 Design as Percent of Construction: 31% 
PUP ee UDF ENT Eeeaty Other as Percent of Construction: 132% 


FFY18 


Leeann 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [27-1 
Design S0.246 S0.246 S0.000 S0.000 
Construction $2.490 $2.490  $0.000 $1.815 7 : ; roe 
Other $1.288  $1.288  $0.000 $0.798 de susie a uaa aUNnes 31-Oct-19 
Contingency S0.180 $0.180 S$0.000 $0.000 ee Construction Change Grdek 10% 
Total 34.203 34.203 32.613 Design as Percent of Construction: 10% 
PE: ats qNRE An /OERER Eeeaty Other as Percent of Construction: 52% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Feb-18 | 07-Jun-18 
Design $0.135 $0.194 $0.059 $0.176 
Construction $3.186 $2.844 ($0.341) $2.587 aye : : Poe 
Other $0.538  $0.998  $0.460 0.716 eee Clee eee: 31-Oct-20 
Contingency $0.395 $0.000 (S$0.395) $0.000 Corea Gaanee Orden 5% 
otal 34.254 34.036 33.479 Design as Percent of Construction: 7% 
PS Uey ee TYPE: TAP/OTHER Eepecy Other as Percent of Construction: 35% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Jun-18 | 01-Oct-18 | 31-Oct-19 
Design $0.155 $0.155 $0.000 $0.115 
Construction $1.065 $1.065  $0.000 $0.563 Be . ; Tore 
Other $0.516  $0.531  $0.015 §0.268 pce anreer tl as ar 31-Dec-19 
Contingency $0.061 $0.046  ($0.015) $0.000 tA Cenccucion Chanee Opden: 3% 
oral 31.797 SL797 30.945 Design as Percent of Construction: 15% 
pie: 2uee> ee Wee Eeeery Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [31 19 
Design S0.240 S0.240 S0.000 $0.207 
Construction $0.745 $0.773 $0.028  $0.234 a : : ee 
Other $0.724 $0.724 $0.000 $0.178 noua etal cn 31-May-20 
Contingency $0.075 $0.047 (S0.028) $0.000 eae eae Grande One GA 
otal 31.784 31.784 30.620 Design as Percent of Construction: 31% 
USE UES Midas IAS ee Other as Percent of Construction: 94% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [14-Sep-18 | 15-Nov-18 | 08-Nov-19. 
Design $0.550 $0.550 S0.000 $0.509 
Construction S0.460 S0.460 S0.000 $0.308 ‘od : . 4 
Other $1.155 $1.155  $0.000 $0.282 da sian aa eer: ae May-20 
Contingency $0.050 $0.050 $0.000  $0.000 Gt Conctniction Change Sidee 0% 
ota 32.215 32.215 31.099 Design as Percent of Construction: 120% 
pre oe TES NeArrG Leeaey Other as Percent of Construction: 251% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: UE Were) 
Design $0.445 $0.448 $0.003 $0.383 
Construction $1.668 $1.668 $0.000 $1.390 Se : : 
Other $1.621 $1,583 ($0.038) $0.853 pee see Ce esueL ne, 31-Dec-13 
as ee ae 90.035 ootere % Construction Change Order: 1% 
- : - Design as Percent of Construction: 27% 
Bree OO 7ee Ueda Legacy Other as Percent of Construction: 95% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [14-Sep-18 [14-Nov-18 | 
Design $0.050 $0.050 $0.000 $0.043 
Construction $2.285  $2.285 $0,000 $2.227 7 bags 
Other 0.654  $0.404 ($0.250) §0.202 ee ee ann: ca 
Contingency $0.114 $0.114 $0.000 $0.000 oe ; 
Total $3.104 $2.854 $2.472 % Construction Change Order: 1% 
— : : : Design as Percent of Construction: 2% 
ip Oniet TNE pre pad Other as Percent of Construction: 18% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 
Design $0.375 $0.380 $0.005 $0.322 
Construction $2.092 $2.102 $0.010 $1.760 oe : ’ : 
Other $0.930  $0.925 ($0.005) $0.707 ede salah Ss colle 
Se es ae ee peas (30.010) ee % Construction Change Order: 4% 
on - - - Design as Percent of Construction: 18% 
PIU WLS jie Uae Eeeecy Other as Percent of Construction: 44% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [20-Mar-18 
Design 50.650 $0.771 $0.121 $0.583 
Construction $7.335 $7.485 $0.150 53.478 bse : . : 
Other §2.920  §2.949  $0.029 $1.402 fe eater eae aN 34-0c1-20 
eae — Pee (30.300) ee % Construction Change Order: 0% 
= = : : Design as Percent of Construction: 10% 
BPSD Bezes TBE: NGOEHIE ESbaty Other as Percent of Construction: 39% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 
Design $0.100 $0.100 $0.000 $0.087 
Construction $0.630 $0.630 $0.000 $0.608 Be : ; . 
Other $0.571  §0.571 $0.000 $0.291 Su eseceren eal au SESE eee 
Se ea ae ee 50.000 Sueee % Construction Change Order: 11% 
ane - - - Design as Percent of Construction: 16% 
Eee eeek SS peeaey Other as Percent of Construction: 91% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: | TeiiZo=Ger— a) 
Design $0.594 $0.609 $0.015 $0.443 
Construction $3.000 $3.100 $0.100 $2.041 Ss : ; enaes 
Other $1.807  $1.827  $0.020 §0.974 Sih Suber ieee ata een 31-May-20 
Contingency S0.300 $0.165  ($0.135) $0.000 of Construction Change Order: 7% 
Total $5.700 $5.700 $3.458 Design as Percent of Construction: 20% 
Preige soir BE: TRAPS beeaty Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Oct-17 ]| 01-Feb-18 | 11-Jul-18 
Design S0.060 S0.060 S0.000 $0.038 
Construction $1.600 $1.600  $0.000 $1.506 a ; ; vee 
Other $0.841  $0.841  $0.000 §0.150 pene ae SEE: 31-May-12 
Contingency $0.086 $0.086 $0.000  $0.000 Seater inn Grange Oren 0% 
pel 32.587 32.587 31.694 Design as Percent of Construction: 4% 
EIS eoe) TNEESIRAGHIE ESbeey. Other as Percent of Construction: 53% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [22 GMS sors ie) 
Design $0.070 $0.070  $0.000 $0.025 
Construction S0.767 $0.767  $0.000 $0.607 ee ‘ ; cn: 
Other $0.476 $0476  $0.000 $0.065 ed iron aaa ate: ala 
Contingency $0.040 $0.040  $0.000 $0.000 oe Coactiuction Granee Bien: 1% 
Total 31.353 31.353 30.696 Design as Percent of Construction: 9% 
eee ee Leeacy Other as Percent of Construction: 62% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [24-Jan-18 | 26-Mar-18 
Design $0.503 $0.503 S0.000 $0.399 
Construction $1.500 $1.500  $0.000 S0.747 oe . ; Pore 
Other $1.022  $1.022 $0.000 $0.487 eno a ge NM etal 
Contingency $0.075 $0.075 $0.000 $0.000 SeRnGeE GR chance Oren 0% 
uel 33.100 33.100 31.633 Design as Percent of Construction: 34% 
ae ee Maa ae Pass Other as Percent of Construction: 68% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28-Mar-18 
Design $0.556 $0.636 $0.080 $0.571 
Construction $1.051 $1.065 $0.014  $0.967 - : ; Sela 
Other $0.504  $0.428 ($0.076) §0.318 pe nenrceeld daa ae Nts 31-May-19 
Contingency $0.083 $0.065  ($0.018) $0.000 @ Cancutchan change Gee 0% 
for 32.194 $2,194 31.855 Design as Percent of Construction: 60% 
PTSID: 0162A TEES RAPE peeaty Other as Percent of Construction: 40% 
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Budget Spent Advertise NTP Complete 


Initial | Projected Difference To Date Schedule: [28-Feb-18 | 31-May-18 | 30-May-19 
Design S0.098 S0.098 S0.000 S0.045 
Construction $0.745 $0.745 $0.000 S$0.673 ee ; ; Tae 
Other $0.786  $0.786  $0.000 $0.566 eflcenareaes Ce as Reale 
Contingency $0.055 S0.055 S$0.000 $0.000 Be ConecRction Grane Order. 9%, 
otal $1.684 $1.684 $1.284 Design as Percent of Construction: 13% 
pe Pecaeed RE BERIE Bsa Other as Percent of Construction: 106% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [29-Jun-18 | 17-Sep-18 | 12-Dec-19 
Design $0.370 $0.370 $0.000 $0.329 
Construction $1.486 $1.559  $0.073 $0.906 - : ; Spice 
Other $0.941 $0,923 ($0.019) $0.588 ee ee aE: 30-Nov-12 
Contingency $0.075 $0.021  ($0.054) $0.000 oF Cancion Chane Orden A% 
Total $2,872 $2.872 $1.823 Design as Percent of Construction: 24% 
Eee TPES TRSERIC Eeay Other as Percent of Construction: 59% 
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FFY19 
BRIDGE 
Budget Spent NTP Complete 
Initial | Projected Difference To Date Schedule: J 
Design S0.865 $0.885 S0.020 $0.692 
Construction $9.173 $9.173 $0.000 $0.000 we ; ' pees 
Other $1.898  $1.931  $0.033 $0.209 ed casera ea ae NNTE: eee Mav-22 
Contingency $0.742 $0.689  (S0.053) $0.000 ee eee Geach Chanwe dae 0% 
toe! 312.678 __512.678 30.901 Design as Percent of Construction: 10% 
cep eee OPE EEE Eeeaey Other as Percent of Construction: 21% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [15-Aug-19 [ 21-O0ct-1 
Design S0.798 S0.798 S0.000 S0.740 
Construction $10.222 $10.222 $0.000  $0.000 ae . ‘ wee 
Other $2.207 $2.207 + $0.000 + —$0.046 speeudeaenia as gue ames 
Contingency $0.511 $0.511 S$0.000 $0.000 a eOneniedon Grange Orden 0% 
otal $13.738_$13.738 $0.785 Design as Percent of Construction: 8% 
Uses WEN Ulie EISIPIeIE Peay Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [25=Jul-19 ] 21-Oct=1 
Design $0.638 $0.638 S0.000 S0.507 
Construction $5.150 $5.150 $0.000 $0.000 . : ; Te 
Other $2.563  §2.563 $0.000 $0.070 pe Narra aaa cnt: 30-Jun-22 
Contingency 50.500 S0.500 S$0.000 $0.000 a. Construction Change gage 0% 
Total $8.850 $8.850 $0.57 Design as Percent of Construction: 12% 
Epa FER ERIDSE aay Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | 
Design $1.013 $1.013 $0.000 $0.844 
Construction $6.040 $6.040 $0.000 $0.247 a : ; need 
Other $1,194 $1,302 $0.108 $0.165 ead nae SEE: 31-Dec-21 
Contingency $0.305 $0.197  (S0.108) $0.000 ee eee Gaanee Orden 0% 
Total 38.552 98.552 31.256 Design as Percent of Construction: 17% 
let ey Meee ET ERIEEE pee Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [11-Sep-19 | 29-Nov-. 
Design $0.977 $0.977. $0.000 S$0.768 
Construction $3.155 $3.155 $0.000 $0.000 ot s ; eee 
Other $1.520 $1,520 $0.000 $0.045 ody nals aun: 31-Dec-21 
Contingency $0.160 $0.160 $0.000 $0.000 oF ConeuucHOn Ghaiae Gee 0% 
Total 35.812 35.812 30.813 Design as Percent of Construction: 31% 
BSP Daiet PE ener eAey Other as Percent of Construction: 48% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [2 
Design S0.700 S0.700 S0.000 $0.414 
Construction $3.982 $3.982 $0.000  $0.000 Se : ; a, 
Other $1.920  $1.920  $0.000 $0.072 epee aes BENE: 30-Apt-22 
Contingency $0.199 $0.199 S$0.000 $0.000 Se Conecniction Grane Order: 0% 
ore! $6.801 $6.801 $0.486 Design as Percent of Construction: 18% 
PU UN BES PRIERE peeay Other as Percent of Construction: 48% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.379 $0.379 S0.000 S0.266 
Construction $2.772 $2.772 $0.000 $0.124 - : ; esa 
Other $0.906  $0.906  $0.000 $0.063 ph apace latest acne 30-sen-21 
Contingency 50.180 $0.180 $0.000 $0.000 oF Conctueion Chane Orden 0% 
Total 34.238 34.238 30.453 Design as Percent of Construction: 14% 
pip: ues TEE SMESE Eepaey Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Jun-19 | 04-Sep-19 
Design S0.950 S0.950 S0.000 S0.760 
Construction S271 $2.171 $0.000 $0.000 es : : te 
Other $1.351  $1.351  $0.000 $0.153 eee sae calls 31-Oct-21 
Contingency $0.250 $0.250 $0.000  $0.000 Oa ete Granee Grice 0% 
ioral 34.721 34.721 30.914 Design as Percent of Construction: 44% 
IRIE Weiler UN 20 EUS Eeeacy Other as Percent of Construction: 62% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28-Feb-19 [14-May-19 
Design $0.436 $0.436 $0.000 $0.321 
Construction 52.368 $2.368 S0.000 $0.591 or . . 7 - 
Other $0.738  $0.803  $0.065 $0.330 fe eater eae gent 31-Dec-20 
Contingency $0.275 $0.210 (S0.065) $0.000 sean eden change Orden 0% 
Total 33.817 $3,817 31.242 Design as Percent of Construction: 18% 
RPSID. DOTa0 PEE BRIDGE peealy Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Apr-19 | 20-Aug-19 
Design $0.494 $0.494 $0.000 $0.421 
Construction $2.586 $2.586 $0.000 $0.000 Be : ; mr ne 
Other $1.741  $§1.741 $0.000 $0.153 peng ge ga ae: 31-Mar-22 
Contingency $0.129 $0.129 $0.000 $0.000 Ua eerste Gronee Onien 0% 
otal 34.950 34.950 30.574 Design as Percent of Construction: 19% 
Pies Beets his ENDOE Lepacy Other as Percent of Construction: 67% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [25-Sep-19 
Design NA $5.768 NA $3.686 
Construction NA $45.000 NA S0.000 Anticipated Completion at NTP: NA 
Other _NA $3.585 NA $0.295 # of the fake: 
Contingency NA $4.500 NA $0.000 a hia NA 
Total NA $58.853 NA $3,981 % Construction Change Order: 0% 
ic = : . Design as Percent of Construction: 13% 
EIsIDy 200rF EE EMESE Leeacy Other as Percent of Construction: 8% 
Budget Spent Bavenu se NTP Complete 
Initial © Projected Difference To Date Schedule: [2 | ae 
Design $1.900 $1.900 S0.000 $1.003 
Construction $14.639 $14.639 $0.000 $1.047 me : ; eer 
Other $3.898  §3.898  $0.000 $0.275 ai dara eee A0-Jun-22 
Contingency $0.888 $0.888 $0.000 $0.000 Senne eiran change Orden "1% 
iota 921.325 _$21.325 32.326 Design as Percent of Construction: 13% 
Pe Pause EASE ESESey Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Apr 0 ime 
Design $1.440 $1.440 $0.000 $1.017 
Construction $15.661 $15.661 $0.000 $0.669 = . ; eis 
Other $5.065  $5.065  $0.000 $§0.229 pad nee eld daa aENTE: RlteK Ista 
Contingency $0.783 $0.783 $0.000 $0.000 @ ca ncuucan change Gee 19% 
Total 922.949 __522.949 31.915 Design as Percent of Construction: 9% 
PTSID: 0156D IRE BRIDGE Legacy Other as Percent of Construction: 32% 
Budget Spent ACV ETS NTP Complete 
Initial Projected Difference To Date Schedule: [27-Sep-19 _ 
Design NA $0.500 NA $0.704 
Construction NA $4.000 NA S0.000 Anticiaated Conapletionrat NIE: NA 
Other NA $1.410 NA $0.095 or montne late: NA 
ae oe poe a pes % Construction Change Order: 0% 
ar : : Design as Percent of Construction: 12% 
Ee era TYPE PRIDGE Eee) Other as Percent of Construction: 35% 
OPERATING 
Budget Spent SONerO se NTP Complete 
Initial © Projected Difference To Date Schedule: a=i rele: 
Design $0.451 $0.521 $0.070 $0.450 
Construction 52.900 $2.900 $0.000 $1.024 = : ; ree 
Other $0.210  $0.210  $0.000 §0.044 ee ee BENE allo 
Contingency $0.290 $0.220 (S0.070) $0.000 % Construction Change emer 0% 
Total $3.851 $3.851 $1518 Design as Percent of Construction: 18% 
pri 20035 IEE SRERSMNS Legacy Other as Percent of Construction: 7% 


FFY19 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Jul-19 | 21-Oct-19 
Design $0.117 $0.117. $0.000 $0.093 
Construction $2.074 $2.074 $0.000  $0.000 Se : ; Poe 
Other $0.471  $0.471 $0.000 —$0.023 eflcaenare aes aoe 31-Oct-20 
See ts care 90.000 renee % Construction Change Order: 0% 
: : : Design as Percent of Construction: 6% 
Piles Weel RE OEE RATING pea Other as Percent of Construction: 23% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Jan-19] 14-May-19 | 01-Aug-19 
Design $0.000 S0.000 S0.000 S0.000 
Construction $0.422 $0.422 $0.000 $0.342 os ; ore 
Other $0.247. $0.247 $0.000 0.118 a ashore as ar: 31-Oct-19 
Contingency S0.050 $0.050 S0.000 S0.000 9; COnetcLictian Change cde: 0% 
Total 30.719 30.719 30.461 Design as Percent of Construction: 
ol INEE, EAVEMENT bees) Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Mar-19 | 06-Aug-19 | 31-Oct-19 
Design $0.024 $0.024  $0.000 $0.000 
Construction $0.681 $0.681 $0.000 $0.362 ae é : oe 
Other $0.242  §0.242 $0.000 —$0.069 iis rare oa dal 31-Oct-19 
Contingency $0.100 $0.100 $0.000 $0.000 SA CONeERICHER Chan Boer 0% 
Total $1,047 _ $1.047 $0.432 oe 6 i 
Design as Percent of Construction: 4% 
Pleles ae Mele IVES EEN pobecy Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [28-Mar-19 | 07 
Design $0.024 $0.024 $0.000 $0.000 
Construction $0.723 $0.723 S0.000 $0.594 as : . ann! 
Other 0.226  $0.226  $0.000 $0.056 lem eree aes pEmelsee 
Contingency $0.075 S0.075 S0.000 S0.000 6 Conctruction Change Order: 0% 
total 31.047 $1,047 30.650 Design as Percent of Construction: 3% 
Pip eGnee EE EE NIENS Legacy Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [29-Jan-19 | 08-Apr-19 | 25-Oct-19 | 
Design S0.000 S0.000 $0.000 $0.000 
Construction $1.713 $1.798  $0.084 $1.474 Eve : ; on 
Other $0.335  $0.355  $0.020 $0.235 pears cue er ue 31-Oct-12 
et ricer ie poeee (30.104) on % Construction Change Order: 0% 
: - : Design as Percent of Construction: 
PICIEe Ze) UNS SEEN Lsbaey Other as Percent of Construction: 20% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [3° 1 EO eS: 
Design S0.000 S0.000 S0.000 S0.000 
Construction $2.194 $2.194 $0.000 5$2.388 a P ; ae 
Other 0.557. §0.557  $0.000 —-$0.251 dy Sunder ined aaa aE REM 
Contingency $0.220 $0.220 S$0.000 $0.000 Se Conethuetion Change Order: 37% 
Total $2.971 $2.971 $2.639 Design as Percent of Construction: 
PrSID: 2601F IEE: Pe eMEnT Legacy Other as Percent of Construction: 25% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Mar-19 | 04-Jun-19 | 25-Oct-19 
Design S0.000 50.000 S0.000 S0.000 
Construction $1.500 $1.553 $0.053 $1.172 tee : : oe 
Other $0.280  §0.361 $0.081 $0.171 pene es ales RECA. 
Contingency $0.150 $0.017. ($0.133) $0.000 Seater inn Guaice Orien 0% 
gel 31.930 31.930 $1.343 Design as Percent of Construction: 
PTSID: 2602A MRE SGM en I beeen Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [22-Mar-19] 14-May-19 
Design $0.024 $0.000 (S0.024) $0.000 
Construction $1.653 $1.653 $0.000 $1.194 fg ‘ ; Pree 
Other $0.249  $0.273 $0.024 0.117 ed seine aaa BEATE: ees MEV EeAY 
Contingency $0.075 $0.075 $0.000 $0.000 oF Canctiuction Gaanee Siee 0% 
Hota $2,001 $2,001 $1311 Design as Percent of Construction: 
PTSID: 26012 TYEE PAVEMENT Legacy Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Jan-19 [28-Mar-19 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.133 $1.158 $0.026 S0.865 we p ; ee 
Other 0.288  $0.263 ($0.026) $0.097 eens el a ae NDEs near MeN ere 
Contingency $0.079 $0.079 $0.000 $0.000 SeRnGeE GR chance Orde 5% 
uve 31.500 31.500 $0.961 Design as Percent of Construction: 
eee aie VMGES TBs MEME PLES) Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [30-Aug-19 | 02—Dec=19_ 
Design $1.665 $1.665 $0.000 $1.204 
Construction $12.884 $12.884 $0.000 $0.000 2 . ; ees 
Other $3.035  $3.035  $0.000 $0.328 peared dae AEDS: cleats 
Contingency $0.644 $0.644 $0.000 $0.000 @ Cancutchan Change Biden 0% 
Total $18,228 $18,228 $1,532 Design as Percent of Construction: 13% 
Eee (PES PAVEMENT Deeacy Other as Percent of Construction: 24% 
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Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [L03-Apr-19 [10-Jun-19 | 25-Oct-19 | 
Design $0.291 $0.326 $0.035 $0.141 
Construction So 77 $3.277. $0.000 $1.328 ee ; ; nae 
Other $0.831  $0.796 ($0.035) $0.313 eflcabeare aes BEE 30-Jun-20 
Contingency $0.157 $0.157 S$0.000 $0.000 Be Conecnicton Grane Order. 0% 
ot 34.556 $4.556 91.782 Design as Percent of Construction: 10% 
Petree PE EAVEMEND bea Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [19-Oct-18 | 02-Jan-19 | 23-Oct-19 
Design $0.320 $0.320 $0.000 $0.044 
Construction $0.550 $0.550  $0.000 $0.267 - ae 
Other 0.532 §0.532 + $0.000 ~—-$0.099 ee ee acne 31-Dec-19 
Contingency $0.100 $0.100 $0.000 $0.000 GF Pancieion Chane Orden 0% 
Total $1,502 $1,502 30.410 Design as Percent of Construction: 58% 
PTSID: 0173H TEE: Ee NIENS Eeaty Other as Percent of Construction: 97% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: 
Design $0.342 $0.342 $0.000 $0.286 
Construction $2.239 $2.239  $0.000 $0.000 oe : ; ee 
Other 1.158  §1.158  $0.000 $0.112 ede saleeeh ate: SERENA 
Contingency $0.175 $0.175 $0.000  $0.000 Ue eee tee Granee Grice 0% 
ioral 93.915 33.915 30.397 Design as Percent of Construction: 15% 
prslp ogee UN SES Ta SUMED ae) Other as Percent of Construction: 52% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: J Feb-20 J Dec-21 | 
Design NA $0.850 NA $0.283 
Construction NA $6.500 NA S$0.000 Anticipated Completion at NTP: NA 
Other _NA $5.158 NA $0.114 Hof fhellates 
Contingency NA 0.650 NA $0,000 Sr mans ake NA 
Total NA $13,158 NA $0.397 % Construction Change Order: 0% 
= = : : Design as Percent of Construction: 13% 
PTSID: OOSOA PE: eee ene peeaty Other as Percent of Construction: 79% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Aug-19] 17-Dec-19_ 
Design $0.515 $0.515  $0.000 $0.384 
Construction $3.043 $3.043 $0.000 $0.001 ae : ; Coe 
Other $1.025  §1.025  $0.000 $0.026 a ee Ce 31-May-21 
Contingency $0.175 $0.175 $0.000 $0.000 SaCeneCC aa Gcranee Orien 0% 
Totel 34.758 34.758 30.411 Design as Percent of Construction: 17% 
Ee Ip o07ee UNAS Tea pene Other as Percent of Construction: 34% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [LL6-Nov-18 [15-Jan-19 | 30-Aug-19 | 
Design $0.325 $0.325 $0.000 S$0.246 
Construction $6.247 $6.247. $0.000 $5.008 Ss : ; eka 
Other $1.190  §1.190  $0.000 $0.550 ee peas anu 30-5ep-19 
Contingency $0.312  $0.312  $0.000 $0.000 wl aad essai 
Total $8,075 $8,075 : $5,804 % Construction Change Order: 0% 
: : . Design as Percent of Construction: 5% 
PESIE Oe ty PEE, Pee Ee begacy Other as Percent of Construction: 19% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L26-Oct-18 | 04-Jan-19 | 27-Nov-19 
Design $0.395 $0.395 S0.000 S0.364 
Construction $3.003 $3.405  $0.403 $1.608 a é ; ae 
Other $0.905  $0.717  ($0.188) $0.461 pene es Sees 31-Dec-18 
sr orees ee (30.215) pores % Construction Change Order: 13% 
- : - Design as Percent of Construction: 12% 
Eee TYEE SRAVEMEN bees) Other as Percent of Construction: 21% 
SS 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [17-May-19] 18-Jul-19 
Design 50.070 S0.070 50.000 S0.000 
Construction $1.756 $1.801  $0.045 $0.216 a { ; sae 
Other $0,510 0.465  ($0.045) §0.056 Anticipated Eompletgn at NTP: 31-Jul-20 
: # of months late: 
Contingency $0.175 $0.175 $0.000 $0.000 oF ConeaicHon Ch Gidee 0% 
Total $2.511  $2.511 $0.272 aed idee conan : 
Design as Percent of Construction: 4% 
PSD ae TEE Rate’ ESeaey Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Nov-18 | 05-Feb-19 | 27-Nov-19 
Design $0.135 $0.135 $0.000 $0.049 
Construction $1.100 $1.100 $0.000 $0.708 ee : ; eee 
Other $0.860  $0.860  $0.000 0.370 alssierae eel as EN euarelaeae 
Sees ope Sone 50.000 pee % Construction Change Order: 0% 
- - - Design as Percent of Construction: 12% 
Plas ie ECE SUE SESIE mea Other as Percent of Construction: 78% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [20-Mar-19 ] 14-May-19 
Design $0.134 $0.104  (S0.030) $0.000 
Construction $0.958 $1.079 $0.121 $0.698 3 : ; ee 
Other $0.735  $0.644 ($0.091) $0.174 fife care aa ae eee) 
Contingency $0.048 $0.048 $0.000  $0.000 OF Conetiet Ch Gide 0% 
Total $1.875 $1875 $0.872 isesal aede cine stabi : 
Design as Percent of Construction: 10% 
EISIp: 2000 EAE Eeeey Other as Percent of Construction: 60% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28-Feb-19 | 28-Jun-19 
Design S0.560 S0.560 S0.000 $0.499 
Construction $1296 $1.304  $0.008  $0.658 oe eee 
Other $0.565  $0.566  $0.001 $0.159 eflcenareaes aoe 30-Jun-21 
Contingency $0.060 $0.052  ($0.009) $0.000 oF COR ICON Grane Order. 0% 
Ue $2.481 $2,481 $1.316 Design as Percent of Construction: 43% 
falas yaaa EE TRAGIC pea Other as Percent of Construction: 43% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [2 STO) a. a) 
Design $0.424 $0.046  (S0.378) $0.000 
Construction $1.125 $1.125  $0.000 $0.287 Ss : ; ee 
Other $0.569  $0.626 $0.057 $0.212 ph apace latest acne 30-520-20 
Contingency $0.043 $0.364 $0.321 $0.000 & Poneuructon Chane Orden 0% 
Total $2.161 $2,161 30.498 Design as Percent of Construction: 4% 
Epi Sieh TREE AEE Leeeey Other as Percent of Construction: 56% 
Budget Spent Adverti 
Initial © Projected Difference To Date Schedule: [LL ae 
Design S0.500 S0.500 S0.000 $0.415 
Construction $1.939 $1.939 $0.000 $1.170 r : ; seks 
Other $0.910  $0.910  $0.000 $0.605 ede Saleh aE NIE 30-Jun-20 
Contingency $0.096 $0.096 $0.000 $0.000 SAC a raenen Granee Grice 0% 
otal $3.445 33.445 32.189 Design as Percent of Construction: 26% 
PIG WSs WMS TADS Eeeecy Other as Percent of Construction: A7% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [L27-Sep-19 | 12-Dec-19 
Design $0.514 $0.514 $0.000 $0.450 
Construction $1.685 $1.685 $0.000 $0.000 - : Tr 
Other $0.914  $0.914 $0.000 $0.096 pe eater aad euNe 30-Jun-21 
Contingency $0.075 $0.075  $0.000 $0.000 ae Goneeruction Ghanee Orden 0% 
Hotel 33.188 33.188 30.545 Design as Percent of Construction: 31% 
mise eee IEE GAYE peeaty Other as Percent of Construction: 54% 
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FFY20 
Ee LE TCT EOL sea eT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.780 NA $0.000 
Construction NA $7.020 NA $0.000 wh : : 
Other NA $1820 NA §0.000 ee ee aONes 4A 
Con mobency ae $0.780 A $0.000 % Construction Change Order: 0% 
Total NA $10.400 NA $0.000 . - 
: Design as Percent of Construction: 11% 
pIsIp: Goer TERE: BRIDGE Eeeeey Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.655 NA $0.294 
Construction NA $10.000 NA $0.000 spe : : 
Other “NA $1300 NA  §0.025 ec uete EE Ae 
eon ey aA $1.000 we 50.000 % Construction Change Order: 0% 
Total NA $12.955 NA $0.319 : oy 
Design as Percent of Construction: 7% 
Be ean EE ERIRGE ESBHcy Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.570 NA $0.163 
Construction NA $4.200 NA $0.000 - ; ; 
Other NA $1130 NA §0.001 Deer een ae HA 
CONTNEEN EY MS 30.420 ba 30.000 % Construction Change Order: 0% 
Total NA $6.320 NA 50.164 : ae 
Design as Percent of Construction: 14% 
PIPE Ovens PED ener beeecy Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.623 NA $0.260 
Construction NA $4.600 NA $0.000 — : ‘ 
Other NA $1240 NA §0.004 BS eee Slane a 
Pecan) aN 50.500 Ne 30.000 % Construction Change Order: 0% 
Total NA $6.963 NA 50.264 : m 
Design as Percent of Construction: 14% 
Eee OOEes TYPES PRIDGE Ee Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: 
Design NA $1.874 NA $0.220 
Construction NA $9.000 NA $0.000 a : ; 
Other NA $4151 NA $0.002 ee ee aes + 
Seen Ne 51.684 Ne 30.000 % Construction Change Order: 0% 
Total NA $16.709 NA $0.223 : - 
Design as Percent of Construction: 21% 
PEslts OoreN TPES BRIDGE legacy Other as Percent of Construction: 46% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.606 NA $0.188 
Construction NA $5.750 NA $0.000 ee : ; 
Other NA $1.275 NA $0.005 pe ete aua ae i 
Contingency NA $0.570 NA $0.000 Be anenicion Grange Order 0% 
Total NA $8.201 NA $0.193 ; sn 
= Design as Percent of Construction: 11% 
PEt Anes IE EBIEBE ESescy Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $6.500 NA $2.047 
Construction NA $70.000 NA $0.000 ssi : ; 
Other NA $4.735 NA $0.041 pe caer la ae: He 
Contingency NA $7.250 NA $0.000 OA GGRELHIGHOR hanes ondar: 0% 
Total NA $88.485 NA $2.088 : fas 
- Design as Percent of Construction: 9% 
PSP are TERE BMBGE Eeeeey. Other as Percent of Construction: 7% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.946 NA $0.561 
Construction NA $1.975 NA $0.000 ee : : 
Other NA $0.718 NA $0.153 Pao ea SSMS ye 
Contingency NA $0.172 NA $0.000 SCORE Mae Ghanee Orden 0% 
Total NA $3.811 NA $0.715 , ie 
Design as Percent of Construction: 48% 
Poles MES ie eae LSBECy. Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design NA $0.530 NA $0.336 
Construction NA $0.600 NA $0.000 i : : 
Other NA $0.854 NA $0.155 eee eee ae A 
COnIEEnEY, oN 30.060 ee 30.000 % Construction Change Order: 0% 
Total NA $2.044 NA $0.491 : es 
Design as Percent of Construction: 88% 
eae WE Pelee Eeeecy. Other as Percent of Construction: 142% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: 
Design NA $3.175 NA $0.000 
Construction NA $53.000 NA $0.000 Anuieibatedicanpieuonrae line: NA 
Other NA $8.375 NA $0.000 # of Renta 
Contingenc NA 5.450 NA  §0.000 AR aN a Ne 
oabad ; ' , % Construction Change Order: 0% 
Total NA $70.000 NA $0.000 : G 
Design as Percent of Construction: 6% 
pial seeney NPE SE RIDEE evi) Other as Percent of Construction: 16% 
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Budget Spent Complete 
Initial Projected Difference To Date Schedule: 
Design NA $20.750 NA $6.638 
Construction NA $165.000 NA $0.000 Anticipated Completion at NTP: NK 
Other NA $25.250 NA $0.505 : 
Contingency NA  §30.000 NA §0.000 BOF GAN Tate Mp 
Total NA $241.000 NA $7.143 % Construction Change Order: 0% 
. . . Design as Percent of Construction: 13% 
plea Ouine EE, BRIRSE [eBacy Other as Percent of Construction: 15% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.048 NA $0.000 
Construction NA $1.602 NA $0.000 Anticipated Completion at NTP: NA 
Other NA $0.300 NA S0.000 # ; 

: of months late: NA 
Contingency NA $0.050 NA $0.000 & Construction chanzeOrdert 0% 
Total NA $2.000 NA $0.000 ; ie 

. Design as Percent of Construction: 3% 
plo Drecdee FES PAVEMENT beset) Other as Percent of Construction: 19% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.052 NA $0.000 
Construction NA $2.000 NA $0.000 Anticinated Completionrat NTP: NA 
Other NA $0.365 NA S0.000 # i 

; of months late: NA 
Contingency NA $0.083 NA $0.000 BAConetnictlomiehahee Orden: 0% 
Total NA $2.500 NA $0.000 : be 

Design as Percent of Construction: 3% 
PMB ARE YEE DON EIMENI Eee Other as Percent of Construction: 18% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.064 NA $0.000 
Construction NA $1.101 NA $0.000 Anticipated Completion ‘at NTP: NA 
Other NA $0.285 NA S0.000 # of ie Ave: 
Contingenc NA $0.050 NA §0.000 Seinen erate: NA 
Bey, i : % Construction Change Order: 0% 
Total NA $1.500 NA $0.000 : + 
Design as Percent of Construction: 6% 
saul TPES PAVEMENT ERBacy Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 5 
Design NA $0.339 NA $0.104 
Construction NA $1.680 NA $0.000 Ant cpaced@caniplenoneantine: NA 
Other NA $0.466 NA $0.007 i 
Contingency NA $0.242 NA $0.000 NO Peas tS: NA 
Total NA $2.727 NA 0.111 % Construction Change Order: 0% 
- - Design as Percent of Construction: 20% 
PSN INBEST AUEMENT ee Other as Percent of Construction: 28% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [11-Oct-19 | 
Design NA $0.255 NA $0.215 
Construction NA $5.500 NA $0.000 Anticipated Completion at NTP: NK 
Other NA $1.275 NA $0.022 ; 
Contingency NA $0.755 NA $0.000 2 OL mons ae NA 
Total NA $7.785 NA $0.237 % Construction Change Order: 0% 
or = : . Design as Percent of Construction: 5% 
BleIpe OO7er EE ee MENT Peeacy Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: LL2-Nov-19 
Design NA $0.315 NA $0.209 
Construction NA $11.550 NA $0.000 Anticigated Cornpletion:at NIP! NA 
Other NA $2.076 NA $0.027 # of noise 
Contingency NA $1.374 NA $0.000 OE OTE S Walls NA 
Total NA $15.315 NA $0.236 % Construction Change Order: 0% 
aks . : . Design as Percent of Construction: 3% 
eee UE UEKI Poeoey Other as Percent of Construction: 18% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA 55.400 NA $2.057 
Construction NA $30.200 NA $0.004 Abticipated Completion at NIP: NA 
Other NA $17.776 NA 50.764 # of Welates 
Contingency NA $3.000 NA §0.000 CLS ene NA 
Total NA $56.376 NA $2.825 % Construction Change Order: 0% 
a - : Design as Percent of Construction: 18% 
PTSIDS-0050B SEE PEMEMENY legacy Other as Percent of Construction: 59% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design NA $0.231 NA $0.000 
Construction NA $1.575 NA S0.000 Anticipated Completion at NTP: NA 
Other NA S0.461 NA $0.189 é 
Contingency NA $0.221 NA §0.000 CALA Ales NA 
Total NA $2.488 NA $0.189 % Construction Change Order: 0% 
one - - Design as Percent of Construction: 15% 
Renoenee TRE a EEND ey Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: 
Design NA $0.730 NA $0.606 
Construction NA $11.600 NA $0.000 Anticipated Completion at NTP: NA 
Other NA 53.130 NA $0.152 : 
Contingency NA $0536 NA §0.000 sof monthsilate: Ne 
Total NA $15.996 NA $0.758 % Construction Change Order: 0% 
2 : : Design as Percent of Construction: 6% 
ae eee fede TINEE OR AVEMENT peedcy Other as Percent of Construction: 27% 


A- 43 


FFY20 


Se TS ee eT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.305 NA $0.065 
Construction NA $0.700 NA $0.000 Anticipated Completionat NIP: NA 
Other NA $0.327 NA $0.000 ; 

, # of months late: NA 
Contingency NA $0.068 NA $0.000 dC onctrticsion Chanee Order 0% 
Total NA $1.400 NA $0.065 E om 

- Design as Percent of Construction: 44% 

Pip: QUEEF TPES RAPHE PEBecy Other as Percent of Construction: 47% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.313 NA $0.000 
Construction NA $1.167 NA $0.000 ae : : 
Other NA $0.721 NA §0.000 pare alae Gee + 
Selud fg Suey) ONS $0.149 NN 50.000 % Construction Change Order: 0% 
Total NA $2.350 NA $0.000 ve 
. Design as Percent of Construction: 27% 
Ab Res Uae idaa le pSescy Other as Percent of Construction: 62% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.416 NA $0.000 
Construction NA $3,117 NA $0.000 hs ° ; 
Other NA $0.947. NA $0.000 Se ae aUNNes +A 
EOntnecncy Ne 30.294 NA 30.000 % Construction Change Order: 0% 
Total NA $4.774 NA $0.000 . a 
Design as Percent of Construction: 13% 
Pipi OULU TREE TRATRIC EEEACy Other as Percent of Construction: 30% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.221 NA $0.000 
Construction NA $1.042 NA $0.000 sl : . 
Other NA $0.296 NA §0.000 eA outa Ce ne 
Celaullntse ey oNA 20.156 He) 20.000 % Construction Change Order: 0% 
Total NA $1.714 NA $0.000 ; ae 
Design as Percent of Construction: 21% 
aes Ud Seis Ep EsGy Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.235 NA $0.006 
Construction NA $3.400 NA $0.000 Anticipated Completion at NTP: NA 
Other NA $0.650 NA $0.004 : 

, # of months late: NA 
Contingency NA $0.340 NA $0.000 9% Construction Change Order: 0% 
Total NA $4.625 NA $0.010 : = 

Design as Percent of Construction: 7% 
Erp conly DRE TEEPE beeacy Other as Percent of Construction: 19% 


FFY20 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.210 NA $0.049 
Construction NA $2.036 NA $0.000 Ant cipatedieapiplenonianhine: NA 
Other NA $0.688 NA $0.042 # of : 
‘ of months late: NA 
Soe a poe ae aes % Construction Change Order: 0% 
oa = : . Design as Percent of Construction: 10% 
moe pee TPES SR ORES pea) Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.296 NA $0.176 
Construction NA $1.265 NA S0.000 Anticipated Completion'at NTP: NA 
Other NA $0.501 NA S0.000 ; 
Contingency NA $0.043 NA §0.000 a ON RONINS Nate: NB 
Total NA $2.105 NA $0.176 % Construction Change Order: 0% 
ek - : - Design as Percent of Construction: 23% 
Er o0226 TREES TRAGHIC Eeeacy Other as Percent of Construction: 40% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.565 NA $0.421 
Construction NA $4.820 NA S0.000 Anticioated Completion at NIP: NA 
Other NA $1.065 NA S0.037 : 
Contingency NA $0.100 NA §0.000 POUT IRAE ie 
Total NA $6.550 NA $0.458 % Construction Change Order: 0% 
oe - - Design as Percent of Construction: 12% 
eee TEE ATS LSBacy Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design NA $0.613 NA $0.345 
Construction NA $1.742 NA $0.000 Anticipated Completion ae NTE: NA 
Other NA S0.777 NA S0.009 # ; 
; of months late: NA 
ee . as a ee % Construction Change Order: 0% 
ei - - Design as Percent of Construction: 35% 
Eie)Dy o262B TPE EEE Eeeacy Other as Percent of Construction: 45% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 
Design NA $0.246 NA $0.000 
Construction NA $0.630 NA S0.000 Anuicibatedicam pie uonrau line: NA 
Other _NA $0.414 NA S0.000 # : 
: of months late: NA 
Sean ; he eae ae ee % Construction Change Order: 0% 
eid : : Design as Percent of Construction: 39% 
pis eanvel UMS ae eee Other as Percent of Construction: 66% 


FFY20 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.294 NA $0.000 
Construction NA $0.808 NA $0.000 Anticipated Completion at NTP: NA 
Other NA $1.118 NA $0.000 # of the tate: 
Contingency NA $0.130 NA $0.000 SAA a a NA 
Total NA $2.350 NA $0.000 % Construction Change Order: 0% 
on - : . Design as Percent of Construction: 36% 
nepeedeM TEES TERPEG peeacy Other as Percent of Construction: 138% 


Project Summary Lists 
Insert A 


PTSID Project Name Locations Page = BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY16 
BRIDGE 
0113U Airport Connector & Route 2 Bridges (53C & 81B) WAR At 25 Es ea Mee $58 
0153E Capron Road Bridge No. 792 (70A) SMI A-1 10 ee Se Me yz 
0145B Carolina Bridges (57F) CHA; RIC A 30 Ea Eee omay-21) gag 
0183B Central Street Bridge No. 449 (70B) NSM At 6100 SS S50 
0144E Harbor Junction Bridge No. 131 (57E) PVD A-1 10 == Aa ee 5 
0166J Mussey Brook Bridge No. 380 (56C) LIN A-2 l,l 
0171B Newman Avenue Bridge No. 224 (57D) EPR A2 10 Sie Bees Gee 327 
0031N Old Sakonnet River Bridge Demolition (Superstructure) POR; TITY A-2 0 1 Sep-16 Feb-17 Seems g9.4 
0143U Pawtucket Area Bridges (53B) PAW 2 0601 i Ma Mee 57 
0143K Pawtucket Avenue Bridge No. 471 (57B) EPR 2 10 = Tie Cy 333 
0012L Providence Area Bridges Nos. 1080, 1082 (56B) PVD 3 04 St Beet Kem 321 
0012R Providence River Pedestrian Bridge PVD A3 600 (0 CS(—(iiS is $1700 
0012N Ramp El Bridge No. 1083 (56A) PVD 3S 01 = ee Ge $05 
0118A Slatersville Stone Arch Bridge No. 273 (70C) NSM 3B )$t i” am 31 
0156C South County Freeway Bridge No. 686 (52A) WAR A-3 1 0 Aug-16 Nov-16 7 
0168E Tefft Hill Trail Bridge No. 592 (67T - B) EXE; RIC 4 20 == Tm Ge us 
0009N Washington Bridge North No. 700 (57A T - J) EPR; PVD A-4 10 Ba ey Ae 129 
0154A Wood River & Holburton Bridges Nos. 261, 262 (58D) HOP; RIC M4“ 20 a Ae Bee 7 
17 13 $97 
PAVEMENT 
0172C 1R Improvements to Smith Street PVD A-6 0 0 i Ea Beam 334 
0165X_ High Street & Kingstown Road Improvements SKS A-6 0 0 Mar-16 Jun-16 AUST $4.2 
0079G 1-95 Resurfacing (Elmwood Avenue to Eddy St) PVD A660 lO 0 CO CS36 
0078U Providence - Downtown Improvements, C-3 RVD A-7 0 0 Mar-16 Jul-16 ‘Dec-17 $2.6 
0076N Route 107 1R Improvements BUR yr |v a i (26 Oli27 
0139H Route 138 Improvements SKS AT 00 Gis Sexe Mem 06 
0055K Statewide Resurfacing C-2, 2017** os 6} Sep-16 Jan-17 Nov-17 = $23 
0007F Two Mile Corner Reconstruction MID A-7 0 0 Jan-16 Apr-16 ‘Sep-18 $8.4 
0 0 $28 
TRAFFIC 
0153P Bridge End Treatments - HSIP STATEWIDE AS 0 0 Kee i Gm 417 
0091K Coronado Road Pedestrian Enhancements WAR A-8 0 0 Jan-16 May-16 May-17 $2.3 
0102J East Bay/South, C-6 - STC STATEWIDE Ag 0 0 (emma fey GEG 08 
0153R Memorial Blvd. & Francis Street Improvements Pvp A-8 0 0 Dec-15 Mar-16 Jun-17 $1.7 
0071V Mineral Spring Avenue HSIP NPR A960 0 RS aS 521 
0080D Pedestrian and Intersection Safety Improvements - STC wit BARZBRIAJOH/N AQ 0 0 Bep=te (Deceit ere $13 
1 
0153N Route 102 & Route 117 Improvements - Roundabout cov;scr;wcR ag 60 006 6«SE Cs i RSMBCCiéS2CG 
0116S Statewide LED Retrofit Project STATEWIDE AQ lhl Dl C40 
0072K Traffic Signal Optimization, C-2 STATEWIDE «6 AGO) 810 
0071T Warwick - HSIP WAR 00600 0) AS S05 
0 0 $18 
TAP/OTHER 
0021R Blackstone River Bikeway - Segment 1A PVD SB 0600 Et ht Ty 12 


0 0 $1 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 

OPERATING 
0084S Crack Sealing - Limited Access STATEWIDE A-4 0 0 Mar-16 Jun-16 Beem = 402 
0084Z Crack Sealing - North & East, 2016 STATEWIDE AA 0 0 fez (RE epee $02 
0084Y Crack Sealing - South & Central, 2016 STATEWIDE A560) Ol ME is 6S 022 
0084H Paver Placed Elastomeric Surface Treatment 2016 FOS; RIC A-5 0 0 Mar-16 Jun-16 Sepa «= 407 
0132G Portsmouth Maintenance Facility POR 5 00 = aa ME $62 
0084G Rubberized Asphalt Chip Seal 2016 cuM;GLo;HOP A586) 0 MES iC T1122 
0073L Statewide Pavement Striping - Central, 2016-2017 STATEWIDE A560) Ol ME 6S C5224 
O116N Statewide Pavement Striping - Limited Access, 2016-2017 Barscraicome Ag 0 0 ES GREGG SVE §3.1 

P; JAM; JOH; LIN 

;NKS;NPR; NPT; 

NSM; PAW; POR; P 

VD; RIC; SMI;TI 

V; WAR; WES;WGR 

7;WST 
0073K Statewide Pavement Striping - South, 2016-2017 STATEWIDE = A.6 cere nc Cle 

00 $16 

Number of In design Advertised In Construction Complete Total 17 13 $161 


Projects: 0 0 1 45 46 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY17 
BRIDGE 
0170C Baker Pines Bridge No. 593 RIC At) 1 0 2 6c -20_— $70 
0114L Central RI Bridges - Group 12 (29 Bridges) aa 708 Sep-17  Jan-18 =6 Nov-19_— 960 
C;WAR;WGR;WST 
0114S Cumberland I-295 Corridor Bridges (37T - |) CUM At 644 0 «65 (eC ay-20 $164 
0168H Hope Valley Bridges (69D) eee Ad 108 fal=i7 (Oct=i7) Sep=t9 $21 
0143W Horton Farm Bridge No. 472 (57M) EPR N10 x= a 8M 9133 
0013M 1-195 Corridor Bridges (77) EPR; PVD 223 E_ Es Ge 5128 
0114U 1-295 Bridges Contract 2 JOH A12 6 0 §Spe MeRRM 8 may-21 $345 
0114T 1-295 Bridges Contract | CRA 2 40 a Eee oay-21 $170 
0114R 1-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T PAW A124 0 [ERE MR Of pr-21 $16.4 
0114P 1-95 North & South Bridges at Toll Gate Road Nos. 683, 68 WAR A12 2 0 [BB MB sep-20) $192 
0114N Oxford Street Bridge No. 653 (2T) PVD B10 7 = Bam iss 
0016J Pine Street Bridge No. 548 (31) PAW 3 10 = Bey Meme 372 
0027B Reconstruction of the Route 6/10 Interchange PVD 13 69 (00 MS BSAC Nov -23 50679 
0013L Route 146 Corridor Bridges (38) NSM BRB 20 Ea Es Ree $08 
0014F Simmonsville Bridge No. 326 (57C) JOH 3 10 =? Eas Bee sic 
0168C Victory Highway Bridge No. 589 (71) WGR A14 10 [ER ER osep-21) $123 
0114K Wood River Valley Bridge No. 404, 1-95 North & South (7T HOP#RIC A14 1 0 Bee 86GB Ols-20— $512. 
40 37 $464 
PAVEMENT 
0173U 1R Improvements to Winsor Avenue JOH; SCI A-16 0 0 Sep-17 Jan-18 Jul-18 $1.1 
0007C East Main Road 1R Improvements POR A-16 0 0 Dec-16 Apr-17 Pees $66 
0088A 1-95 Resurfacing (Rt 2 to Service Avenue) WAR A-16 0 0 Goleny Geta] Cems $70 
0082C 1-95 Resurfacing, C-2 (Pawtucket) PAW tno) i i Ham 330 
0081D Improvements to US Route 1 (South Kingstown) SKS A-16 0 0 Bep-17, Feb-18 AOS 453 
0081K Pavement Preservation to Rt 1A (Newport Ave) PAW A-17 0 0 Sep-17 Jan-18 ‘Dec-18 $3.1 
0081W Route 146 Improvements LIN;NPR;PVD  A-17 0 0 Feb-17 May-17 Nov-17 $4.7 
0081R Route 24 Improvements POR Ti) i i Hm 2 
0166H Route 4 Improvements, C-2 EGR;NKS;WAR  A-17 0 0 Oct-16 Jan-17 Meyers $41 
0173S Snell Road Improvements LCM Ty) i i Ham st 
0173Z US Route 6 Hartford Ave JOH; SCI Bn 0 >”? Ez Ea to 
0165V Woodville Road Improvements HOP; RIC A-18 0 0 Aug-17 ee a Sepa $3.1 
0 0 $50 
TRAFFIC 
0025E Coventry - Local Safety Improvements cov A19 40 0 May-17 Sep-17 May-18 00 
0025F Cranston - Local Safety Improvements CRA A-19 0 0 Aug-17 Nov-17 NO 405 
0153T Diamond Hill Road Improvements at Mendon Road WNS A-19 0 0 Sep-17 Jan-18 ‘Jun-19 $1.6 
0025J High Friction Surface Treatments 2016 STALEY TOK A-19 0 0 Jan-17 fore) Eee $06 
0073Z HS!P-Intersection Safety Improvements to Route 108 at Cu SKS A-19 0 0 Bep=17) Jan-18 Seems 407 
0061K Improvements to Rt 44/100 Intersection and Chepachet Riv GL° A-20 0 0 Jan-17 Mar-17 May-18 $1.5 
0011D Intersection Safety Improvements Newport, Warwick, Johns YOH*NPT;WAR — A-20 0 0 Sep-17 Jan-18 Nov-18 $1.1 
0025P Statewide Road Diet 2017 STATEWIDE A.20 0 0 GS Gy AGS fos 
0072J Traffic Signal Optimization, C-3, 2016 STATEWIDE A.20 0 0 fo? yy 6G gi4 
0 0 $8 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 

TAP/OTHER 

0021U Blackstone Bikeway 8C NSM; WNS 1 00 = 83S 6 lg28 

0006A Rhodeworks Toll Facilities STATEWIDE A148 0 0 [BSH (RRR dec-20 $424 
0 0 $45 

STORMWATER 

0166M High Street/Kingstown Road Stormwater Mitigation SKS 8S 00 Ei Ey Say $02 
0 0 $0 

OPERATING 

0084C 2017 Crack Sealing Limited Access STATEWIDE A405 

0084B 2017 Crack Sealing North and East Regions STATEWIDE A440 OCC CiS05 

0084 2017 Crack Sealing South and Central Regions STATEWIDE  A-4 lOlOl— CdCCéS08 

0086Y 2017 Paver Placed Elastomeric Surface Treatment RICE AIS (0-0 Rereiy «= eee 122 

0086X 2017 Rubberized Asphalt Chip Sealing ye SI As YO Apr-17 9 Jul-17 Ss Jun-18 = $20 

0073M 2017-2018 Statewide Pavement Striping -North surcracumc A415 0 0 i i HE $13 

M; PAW; SMI; WNS 

0201V 1-95 Corridor Preservation - Bridge Washing (58C) CRA;PVD;WAR ~A-15 718  Meyeal (Ei Mey g55 

0073J Statewide Pavement Striping Eastbay 17-18 STATEWIDE A415 0 0 [=o ey 8 6GSRT fi9 
7 18 $14 

Number of In design Advertised In Construction Complete Total 47 55 $582 


Projects: 0 0 10 39 a 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY18 
BRIDGE 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR CSA. Oe HesiCRBACCi‘i e-20—=S-s $73 
0013P Bridge Group 06 - PVD PVD A26l0 77 ZC dBCisay-211_~—s $78 
0013G Bridge Group 09 - CRA, JOH CRA; JOH A21 09 Ea GBR omay-20) 927 
0013S Bridge Group 13A - Rt 146 C-1 NSM; PVD A21 0 7 OSHS) (NBME 8 omay-20 = $40 
0013U Bridge Group 15A - East Bay BAR;EPR;WRN ~A-21 0 19 (QE) (GSRMMB 8 May-21 $65 
0015A Bridge Group 15B - Aquidneck Island oe Nae 2020 Spats) «SGM May-21 $54 
0017E Bridge Group 16T-13 - Woonasquatucket Br PVD A2 10 Si Mm 4 omn-21 967 
0114V Bridge Group 35T-8 - 1-295 C-3 JOH A22 2 0 MGam GBR occt-22 $107 
0017G Bridge Group 38C - Geneva Pond EVD A-22 1 0 May-18 Aug-18 $2.5 
0114J Bridge Group 38T-12 - Rt 146 Farnum Pk NSM 2 12 Ez HE i ~wn-22 $100 
0015B Bridge Group 46A - Lafayette Rd NKS 2 1 0 SSH) 6(Nomig $5.9 
0145Q Bridge Group 48A - Howard Rd cum 23 10 Se 86m $1.7 
0143A Bridge Group 57K - Big River WGR A23 01 f= Maze $2.3 
0201A Bridge Group 58B - Railroad Ave BUR A23 10 C7 (Gani $1.7 
0201B Bridge Group 58E - Barbs Hill Rd cov Bi»e i az $1.5 
0194C Bridge Group 59A - Park Ave RR CRA A24 1 0 [BRR 8 mar-20 $5.9 
0014D Bridge Group 598 - Centerville Rd WAR 2 10 Be Mapes $4.2 
0014Z Bridge Group 62T-11 - Louisquisset Pk LIN A24 81 0 Mm =6EMCCiétDec-21 $10.0 
0167C Bridge Group 75 - Rt 146 Louisquisset Pk Ramp PVD A24 10 SMS ORM Nov-20 = 937 
{2 71 $100 
PAVEMENT 
0012Q 1-195 Relocation - C-17 - Waterfront Parks PVD A2 00 Fa aa Sm t61 
0012T 1-195 Relocation - C-18 - Gano St PVD A26 0 0 Spams feces Mem sic 
0171D Nayatt Rd (Rumstick Rd - Washington Rd) BAR A2 0 0 Meyeas Sept Mae 327 
0165J Railroad St (Manville Hill Rd - Rt 126) LIN A27 600 (0) S523 
0173K Rockland Rd (Central Pk to Danielson Pk) SCI Az 00 == Ts Meme 4 
0130E Rt2- Reservoir Ave (Sockanosset Cross Rd - Rt 12) CRA ames a = Bam m5 
0061A Rt44-C-3B (RIDOT Maint Facility - W. Greenville Rd) GLO; SMa A276 (0 0) CSS SC MSCS74 
0138B Rt 6A - Hartford Ave C-2 (Rt 5 - Killingly St) JOH Az 00 k= Git Cem 112 
0 0 $27 
TRAFFIC 
0025S 2018 Roadway Departure Mitigation - C-1 ee es Ae: 00 fees )06=6fbeee C11 
R 
0025K 2018 Intersection Safety Improvements - Statewide panier TIN;P A-28 860 0 Aug-18 (gzai6) Oct-19 $0.8 
0011E Aquidneck Avenue HSIP MID A228 0 0 Spams eves MM 405 
0076Z Aquidneck Avenue Improvements ee A-29 0 0 Dec-17 Feb-18 Aug-19 $1.7 
0072Z HSIP - Rt 1, S. County Median Guardrail CHA; WES A296 (0 0 CS S523 
0025N Intersection Safety Improvements 2017 Statewide CRAPO EVD AG 0: Ras eae See 521 
0073X Intersection Safety Improvements to Rt 114 between Bear CUM A-29 0 0 Mees Tt 20S $575 
0025R Intersection Safety Improvements to Rt 44 at Smithfield Cro S$“ A-29 0 0 Jul-18 Geeaae CSM 406 
0071P Metacom Avenue - HSIP BRI; WRN A30 0 0 GSES GBERM may-20 9314 
0025Q Roadway Departure Mitigation - Guardrail and Median Impr NS“ WAR 30 00 =? Ha Gee isis 
0091S Roadway Departure Mitigation - Systemic High Friction Surf CR&* SLO A330 0 0 Jun-18 Aug-18 Ge 408 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
0073S Rt 146 Guide Signs - C-1 - North NSM A30 0 0 (GERMS MRM avpr-20 $15 
01624 SRTS -C-1 (Cra, Epr) CRA;EPR 2320000 Zt Te Bee 81 
0080H STC - Allens Avenue at Terminal and Ernest PVD A-31 0 0 Feb-18 May-18 May-19 $0.7 
0080C STC - Statewide Pedestrian and Intersection Safety Improv rere ne ae A-31 0 0 Jun-18 ‘Sep-18 ae s16 
V;WAR;WST 
0 0 $27 
TAP/OTHER 
0021S Blackstone River Bikeway - 8B-1 WNS 2 00 i Hi GM 325 
0026P Trestle Trail Bridges - West cov A238 0 0 EBBRS GOMER oct-20 $28 
0 0 $5 
OPERATING 
0105C 2018 Crack Sealing Limited Access STATEWIDE A.24 0 0 Mes Gis Gem 03 
0105F 2018 Crack Sealing North and East Regions STATEWIDE All C07 
0105B 2018 Crack Sealing South and Central Regions BIATEWIDE A-25 0 0 Dec-17, Mar-18 AUS 407 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 as NSM;SCT;W A-25 0 0 ees Pepoi6) me 12 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 a 7 PVD;S A-25 0 0 May-18 Aug-18 Dec-18 $2.0 
0105E 2018 Rubberized Asphalt Chip Seal C-1 Bur;covicmF 25 0 0 i st 
0105A 2018 Rubberized Asphalt Chip Seal C-2 peor 6 May-18 Jul-18 Jun-19 $15 
0131L Salt Storage Facility - Portsmouth POR 26 00 >= = Emm 112 
0 0 $9 
Number of In design Advertised In Construction Complete Total 12 71 $169 


Projects: 0 al 18 33 52 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY19 
BRIDGE 
0013A Bridge Group 01 - PVD PVD A32 0 5 MRS (GRMN may-22 $92 
0013N Bridge Group 03 - |-95 PAW A32 011 HegmS GRR sul-22 $10.2 
0114W Bridge Group 12A - Sandy Bottom cov A32 10 2 GRR osun-22 $52 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI cece a i 20S Cite 21~—CCHE 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BOS OOH EMBED. 1) 15 Seem iC ee 21 $3.2 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI sue Coan 10 46 Cf r22 $4.0 
0031Y Bridge Group 18B - EGR, NKS EGR; NKS A33 011 CR BOHM sep-21 $28 
0114X Bridge Group 40A - Hawkins PVD A33 1 0 [RR GRR ooct-21)— 922 
0015D Bridge Group 40B - Bath St East PVD A33 1 0 [ERR QR ovec-20) 924 
2601G Bridge Group 44A - Silver Creek BRI A33 1 0 FES BOS mar-22 = $26 
2601E Bridge Group 51A - Rt 37 C-2 CRA; WAR A34 411 [RRR Jan-20  May-23 $450 
0143C Bridge Group 54A - Kingston Rd Bridge RIC A346 1 (0 ES iC (in 22Ss $146 
0156D Bridge Group 58A - Division St EGR A34 1 0 BBE OGRE 8 Nov-22 $157 
0014M Bridge Group 62 - Manville Br cuM A34 1 0 QRBMMM Jan-20  Dec-21 $40 
12 82 $127 
PAVEMENT 
0105H 2018 Crack Sealing South and Central Regions C-2 STATEWIDE ~A35 00 ——— am $0.4 
2602B 2019 Crack Sealing North and East Regions C-1 STATEWIDE A35 0 0 Mar-19 Aug-19 $0.7 
2602C 2019 Crack Sealing South and Central Regions C-1 STATEWIDE ~35 00 ———  immig $0.7 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 COV;CRA;CUM — A.35 0 0 Jan-19 Apr-19 $1.8 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 oo SCI;S A.36 0 0 Jan-19 Apr-19 $2.2 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3  BRIVEPR;JOH;S A360 00 MSS) RIES) $1.6 
2601Z 2019 Rubberized Asphalt Chip Seal BUR;NSM;RIC ~36 6400 0 SS 4866S May-20 17 
2601C 2019 Rubberized Asphalt Chip Seal C-1 BuRGLO;scI 436 0 0 8M ay-20 $1.2 
0004D Broad St Regeneration CFA;CUM;PAW A-36 0 0 Aug-19 [Dee=19) ‘Jun-23 $12.9 
0173G Central Pk & Battey Meetinghouse Rd SCI wT )0l6l =”? i HE 333 
0173H Old Summit Rd & Susan Bowen Rd (Rt 117 - Rt 117) cov a )6h6UlO0l S06 
Q055L Old Tower Hill Rd (Rt 108 - Rt 1) SKS A37)60ClO0 0 i ie i ay-21— $22 
0050A Pell Bridge Ramps - Phase 1 MID; NPT A37 600 00)=— BBM) (ss Feb-20 0 Dec-21 $6.5 
0076R Rt44- Taunton Ave (Rt 14/114 - Mass S/L) EPR aT (lll iay-21— $300 
0081Y Rt6- (Rt 102 - Rt 101) SCI A336 (0 0 GS SRD $6.2 
0081J Rt78(Rt1- Conn SIL) WES A383 00 Ces Ee Ne 534 
0 0 $48 
TRAFFIC 
0192J High Friction Surface Treatment - I-95 Curves Pawtucket, R PA” A-38 0 0 May-19 = Jul-19 Jul-20 $1.8 
0091T Roadway Departure Mitigation - Non-Freeway Roadside Im STATEWIDE A338 0 0 Nov-18 eps) Neem s.1 
2601U SRTS -C-1A (Bar) BAR A338 0 0 SER BWM oec-200— $4 
0162G SRTS - C-2 (Nar) NAR A396 (0 0 ESS n-21 $4.3 
0162H SRTS - C-3 (Smi, Wns) SMI; WNS A39 0 0 SM Sep-20 $4.1 
0080E STC Misc Improvements 2018 cov;cuMm/LIN;N A.39 60 0l lO 0S ig 


SM; POR; PVD; SM 
I;WAR 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
2601H STC Misc Improvements 2019 COV;EPR;HOP;T A390 «60 00 EB un-21 17 


OH; LIN; NPR; NS 
M; POR; TIV; WES 


;7;WGR 
0 0 $10 
OPERATING 
9003E Materials Lab - Quality Assurance PVD A3460 (0) BSS) ss BMGs -20—S $2090 
0131M Salt Storage Facility - East Providence EPR A3506CO0 0 CM (Gs RYCCitct-20—S F521 
00 $5 
Number of In design Advertised In Construction Complete Total 12 82 $190 


Projects: 0 3 24 12 39 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget ($M) 
FFY20 
BRIDGE 
0188A Barrington & Warren Bike Path Bridges BAR WSN A40 2 0 Jun-20 Nov-20 ‘Dec-22 $7.0 
0013R Bridge Group 10 - I-295 SMI A-40 0 10 Mar-20 -Jul-20 Apr-22 $10.0 
0031Z Bridge Group 13B - Rt 146 C-2 LIN; PVD A400 4  May-20  Sep-20  Nov-21 $49 
0013X Bridge Group 18A - EGR, NAR, NKS EGR;NAR;NKS — A-40 0 12 Aug-20 ‘Dec-20 May-22 $4.6 
0016N Bridge Group 35 - I-295 SMI A-40 04 Jun-20 ‘Oct-20 May-23 $9.0 
2601A Bridge Group 43A - Mohegan BUR A-41 1 0 Feb-20 ‘Jun-20 May-22 $5.8 
0017B Bridge Group 49 - Henderson Braise A-41 1 0 Feb-20 May-20 ‘Jun-23 $70.0 
0145C Bridge Group 53 - Union Village RR NSM A-41 1 0 Feb-20 May-20 Apr-23 $2.0 
0201L Bridge Group 57J - Browning Mill oe A-41 0 2 May-20 ‘Aug-20 ‘Dec-21 $0.6 
2602U Bridge Group 57T-10 - I-195 Washington North Ph. 2 BERL EVD A-41 1 0 Feb-20 ‘Jul-20 ‘Aug-25 $53.0 
0018B Bridge Group 75T-5 - I-95 Viaduct NB PVD A42 9 5 QBMMMB Jul-20  Nov-26 $1650 
15 34 $331 
PAVEMENT 
2603B 2020 Crack Sealing Limited Access C-1 CRA;EXE;HOP;P A-AQ2 0 0 Mar-20 ‘Jul-20 ‘Nov-20 $1.6 
VD; RIC; WES; WG 
R 

2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1  COV/JOH;SMI;H A-42 0 0 Mar-20 Jul-20 Nov-20 $2.0 
2603A 2020 Rubberized Asphalt Chip Seal C-1 POR;RIC;S A-42 0 0 Mar-20 ‘Jul-20 Jun-21 $1.1 
0078V ADA Improvements to Greene Lane MID A42 0 0 WQMMMB Mar-20  Jun-21 $17 
0079P Danielson Pk (Rt 102 - West Greenville Rd) SCI A43 0 0 QG@EMMB van-20  Dec-20 $55 
0082D 1-95 (Charles St - Lonsdale Ave) PAW; PVD A43 0 0 WBMBMB apr-20 Jun-21 $116 
0050B Pell Bridge Ramps - Phase 2 Met A430 2 Aug-20 Mar-21 ‘Jul-24 $30.2 
0173C Rt 115 Main St. (Rt 116 To Jackson Flat Rd.) LCM A43 0 0 W@MMMP Feb-20 Jun-21 $16 
0079B Rt5- Lambert Lind Hwy C-1 (Mayfield Ave - I-95) CRA; WAR A-43 1 0 Mar-20 ‘Jun-20 May-23 $11.6 

1 2 $67 
TRAFFIC 
0091P HSIP - Crosswalk & Sign Enhancements Eee PVD;RA44 0 0 Jun-20 Oct-20 ‘Jun-22 $0.7 
2601X HSIP - Crosswalk Enhancements Nee A440 0 Mar-20 ‘Jun-20 Aug-21 $1.2 
0091U HSIP - Intersection Safety - Route 6 HOSTSCL A44. 0 0 Jul-20 Oct-20 ‘Jun-22 $3.1 
0153K_ HSIP - Intersection Safety Improvements - 2020 EVD A44. 0 0 Aug-20 ‘Jan-21 ‘Jun-21 $1.0 
2601Y HSIP - Roadway Departure Mitigation - 2020 STATEWIDE A444 0 0 Feb-20 ‘Jun-20 May-21 $3.4 
00701 HSIP - Signalization of Allens Ave. C-5 PVD A45 0 0 Apr-20 ‘Aug-20 ‘Dec-21 $2.0 
0025Z Intersection Safety Improvements 2019 C-2 nee 6 Jun-20 Aug-20 May-22 $1.3 
0073T Rt 146 Guide Signs - C-2 LIN;NPR;PVD A-45 0 0 Feb-20 ‘Jun-20 May-22 $4.8 
0162D SRTS - C-4 (Wrn) WRN A45 0 0 Aug-20 ‘Feb-21 Oct-22 $1.7 
2602N Statewide Traffic Signal Improvements - 2020 en eg PA45 0 0 Mar-20 Jun-20 Aug-21 $0.6 
2602M STC Improvements - 2020 Se ee A46 0 0 Sep-20 ‘Jan-21 ‘Jun-21 $0.8 

0 0 $21 
Number of In design Advertised In Construction Complete Total 16 36 $419 


Projects: 26 5 0 0 31 


Changes from Last Quarter 
Insert A 


Schedule Changes Since Last Quarter 


Last Current 


Milestone Quarter Quarter +/- Comments 
0145C Bridge Group 53 - Union Village RR Permit delay 
Advertise 12/31/2019 2/28/2020 NB 
NTP 3/31/2020 5/31/2020 a 
Substantially Complete 12/31/2021 4/30/2023 AB 
2602U Bridge Group 57T-10 - I-195 Washington North Ph. 2 Schedule updated to reflect revised scope 
Advertise 1/31/2020 2/29/2020 
NTP 6/30/2020 7/31/2020 RSM 
Substantially Complete 11/30/2025 8/31/2025 904) 
0025Z Intersection Safety Improvements 2019 C-2 Project delay due to change in scope 
Advertise 2/29/2020 6/30/2020 
NTP 5/31/2020 8/31/2020 RB 
Substantially Complete 5/31/2021 __ 5/31/2022 (R65 
0162D SRTS - C-4 (Wrn) Permit delay 
Advertise 1/31/2020 8/31/2020 
NTP 5/31/2020 2/28/2021 a 
Substantially Complete 9/30/2021 10/31/2022 (i 
0078V ADA Improvements to Greene Lane Accelerated Advertisement 
Advertise 1/31/2020 11/27/2019 N65 
0018B Bridge Group 75T-5 - I-95 Viaduct NB Delay due to extended interagency review of advertising documents. 
Advertise 10/31/2019 11/22/2019 RD 
0079P Danielson Pk (Rt 102 - West Greenville Rd) Achieved Advertisement 
Advertise 10/31/2019 10/11/2019 N20 
0082D I-95 (Charles St - Lonsdale Ave) Achieved Advertisement 
Advertise 11/30/2019 11/12/2019 8 
0013N Bridge Group 03 - I-95 Accelerated NTP 
NTP 1/31/2020 10/21/2019 0d 
0114W Bridge Group 12A - Sandy Bottom Accelerated NTP 
NTP 11/30/2019 10/21/2019 NAO 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI Accelerated NTP 
NTP 1/31/2020 11 (29/2019 N63. 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI Accelerated NTP 
NTP 1/31/2020 12/6/2019 (NBS 
0004D Broad St Regeneration Delay due to additional scope added during advertisement 
NTP 11/30/2019 12/2/2019 
Substantially Complete 4/30/2022 6/30/2023 (2 
0055L Old Tower Hill Rd (Rt 108 - Rt 1) Achieved NTP 
NTP 10/31/2019 10/22/2019 NS 
0073S Rt 146 Guide Signs - C-1 - North Delay due to revised prioritization of projects 
Substantially Complete 11/30/2019 4/30/2020 ied 
0076R Rt 44 - Taunton Ave (Rt 1A/114 - Mass S/L) Achieved NTP 
NTP 12/31/2019 12/17/2019 
0131M Salt Storage Facility - East Providence Achieved NTP 
NTP 10/31/2019 10/21/2019 AO 
2601H STC Misc Improvements 2019 Accelerated NTP and adjusted Substantial Completion to reflect the revised schedule 
NTP 1/31/2020 12/12/2019 (NBO 
Substantially Complete 12/31/2021 6/30/2021 184 
Complete 
0025S 2018 Roadway Departure Mitigation - C-1 Accelerated Completion 
Substantially Complete 12/31/2019 10/31/2019 N64 
0025K 2018 Intersection Safety Improvements - Statewide Accelerated Completion 


Substantially Complete 5/31/2020 10/31/2019 AB 


Schedule Changes Since Last Quarter 


Last Current 


Milestone Quarter Quarter 


+/- 


Comments 


2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 
10/31/2019 10/25/2019 NG 


Substantially Complete 


Achieved Completion 


2602A 


2019 Paver Placed Elastomeric Surface Treatment C-3 
10/31/2019 10/25/2019 IN 


Substantially Complete 


Achieved Completion 


0011E 


Aquidneck Avenue HSIP 


Substantially Complete 5/31/2020 


Accelerated Completion 


11/8/2019 (205 


0021S 


Blackstone River Bikeway - 8B-1 
Substantially Complete 


Achieved Completion 


10/31/2019 10/24/2019 NN 


0017G 


Bridge Group 38C - Geneva Pond 
Substantially Complete 


Accelerated Completion 


5/31/2020 11/25/2019 ABB 


0143A 


Bridge Group 57K - Big River 
Substantially Complete 


Accelerated Completion 


1/31/2021 12/13/2019 AS 


0201B 


Bridge Group 58E - Barbs Hill Rd 
Substantially Complete 6/30/2020 


Accelerated Completion 


12/2/2019 (Aa 


0173G 


Central Pk & Battey Meetinghouse Rd 
Substantially Complete 


Accelerated Completion 


6/30/2020 10/25/2019 BAS 


0174L 


Central RI Bridges - Group 12 (29 Bridges) 
Substantially Complete 


Accelerated Completion 


7/31/2020 11/15/2019 N59 


0012T 1-195 Relocation - C-18 - Gano St Accelerated Completion 
Substantially Complete 6/30/2020 _ 11/13/2019 N80 
0025R Intersection Safety Improvements to Rt 44 at Smithfield Crossings Accelerated Completion 


Substantially Complete 


5/31/2020 10/30/2019 B44 


0173H 


Old Summit Rd & Susan Bowen Rd (Rt 117 - 
Substantially Complete 


Rt 117) 


Accelerated Completion 


12/31/2019 10/23/2019 N68 


0114N 


Oxford Street Bridge No. 653 (2T) 
Substantially Complete 6/30/2020 


Accelerated Completion 


12/4/2019 (209 


0091T 


Roadway Departure Mitigation - Non-Freeway Roadside Improvements 201 Accelerated Completion 


Substantially Complete 


4/30/2020 11/27/2019 ABS 


0013L 


Route 146 Corridor Bridges (38) 
Substantially Complete 


Accelerated Completion 


12/31/2019 11/18/2019 AB 


0061A 


Rt 44 - C-3B (RIDOT Maint Facility - W. Greenville Rd) 
5/29/2020 10/17/2019 B25 


Substantially Complete 


Accelerated Completion 


0081J 


Rt 78 (Rt 1 - Conn SI/L) 
Substantially Complete 


Accelerated Completion 


12/31/2019 11/27/2019 NA 


0080C 


STC - Statewide Pedestrian and Intersection Safety Improvements 
11/30/2019 12/12/2019 i 


Substantially Complete 


Contractor delay 


0080E 


STC Misc Improvements 2018 
Substantially Complete 


Accelerated Completion 


6/30/2020 12/13/2019 200 


Budget Changes Since Last Quarter 


PTS NAME 


In Design 


0016N — Bridge Group 35 - |-295 
Subtotal 
In Construction 


0013N — Bridge Group 03 - I-95 

0114W —_ Bridge Group 12A - Sandy Bottom 

0015C — Bridge Group 16B - FOS, JOH, PVD, SCI 
0013W —_ Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI 
0004D _— Broad St Regeneration 

0076R Rt 44 - Taunton Ave (Rt 1A/114 - Mass S/L) 
0131M Salt Storage Facility - East Providence 

0026P __ Trestle Trail Bridges - West 

Subtotal 

Complete 

0165X — High Street & Kingstown Road Improvements 
0079G __ 1-95 Resurfacing (Elmwood Avenue to Eddy St) 
0139H — Route 138 Improvements 

0055K — Statewide Resurfacing C-2, 2017** 

Q0009N Washington Bridge North No. 700 (57A T - J) 
Subtotal 


Total 


Last Current 
Quarter Quarter 


$23.724  $16.709 
$14.284  $13.738 
$9.100 $8.850 
$13.197 $5.812 
$7.478 $6.801 
$16.546 $18,228 
$3.195 $4.758 
$2.468 $2.762 
$4.534 $4.036 
$6.217 $6.232 
$4.789  $4.701 
$1.000  $0.941 
$3.405  $3.124 
$17.849  $17.836 


+ 


/- 


= 
An 
™“ 
o 
= 
ou 
— 


— = 
A aA 
2. on 
np oo 
BR —_ 
a o 
= <= 


($13.260) 


Adjusted for revised project scope. 


Revised for NTP Budget 
Revised for NTP Budget 
Revised for NTP Budget 
Revised for NTP Budget 
Revised for NTP Budget 
Revised for NTP Budget 
Revised for NTP Budget 


Department will be tracking 3rd party reimbursement separately. 
This report reflects current RIDOT budget. 


Revised for project closeout 
Revised for project closeout 
Revised for project closeout 
Revised for project closeout 
Revised for project closeout 


Index of Projects by Municipality 
Insert A 


Index of Projects by Municipality 


PTSID Project Name Type Appendix 
BARRINGTON 

0188A Barrington & Warren Bike Path Bridges BRIDGE A-40 
0013U Bridge Group 15A - East Bay BRIDGE A-21 
00252 Intersection Safety Improvements 2019 C-2 TRAFFIC A-45 
0171D Nayatt Rd (Rumstick Rd - Washington Rd) PAVEMENT A-26 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
2601U SRTS - C-1A (Bar) TRAFFIC A-38 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
BRISTOL 

2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-36 
2601G Bridge Group 44A - Silver Creek BRIDGE A-33 
0071P Metacom Avenue - HSIP TRAFFIC A-30 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
BURRILLVILLE 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-25 
2601Z 2019 Rubberized Asphalt Chip Seal PAVEMENT A-36 
2601C 2019 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-36 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
2601A Bridge Group 43A - Mohegan BRIDGE A-41 
0201A Bridge Group 58B - Railroad Ave BRIDGE A-23 
0076N Route 107 1R Improvements PAVEMENT A-7 
CENTRAL FALLS 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0004D Broad St Regeneration PAVEMENT A-36 
CHARLESTOWN 

0145B Carolina Bridges (57F) BRIDGE A-1 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0072Z HSIP - Rt 1, S. County Median Guardrail TRAFFIC A-29 
COVENTRY 

0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-25 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-35 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-42 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-42 
0114W Bridge Group 12A - Sandy Bottom BRIDGE A-32 
0201B Bridge Group 58E - Barbs Hill Rd BRIDGE A-23 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 


0025E Coventry - Local Safety Improvements TRAFFIC A-19 


PTSID Project Name Type Appendix 
0168H Hope Valley Bridges (69D) BRIDGE A-11 
0173H Old Summit Rd & Susan Bowen Rd (Rt 117 - Rt 117) PAVEMENT A-37 
0153N Route 102 & Route 117 Improvements - Roundabout TRAFFIC A-9 
O0080E STC Misc Improvements 2018 TRAFFIC A-39 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
0026P Trestle Trail Bridges - West TAP/OTHER A-28 
CRANSTON 

0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-35 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-36 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-42 
0013G Bridge Group 09 - CRA, JOH BRIDGE A-21 
2601E Bridge Group 51A - Rt 37 C-2 BRIDGE A-34 
0194C Bridge Group 59A - Park Ave RR BRIDGE A-24 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0025F Cranston - Local Safety Improvements TRAFFIC A-19 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-44 
0114T |-295 Bridges Contract | BRIDGE A-12 
0201V I-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-15 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-29 
0091S Roadway Departure Mitigation - Systemic High Friction Surface Treatments-2018 TRAFFIC A-30 
0130E Rt 2 - Reservoir Ave (Sockanosset Cross Rd - Rt 12) PAVEMENT A-27 
0079B Rt 5 - Lambert Lind Hwy C-1 (Mayfield Ave - I-95) PAVEMENT A-43 
0162A SRTS - C-1 (Cra, Epr) TRAFFIC A-30 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
2602N Statewide Traffic Signal Improvements - 2020 TRAFFIC A-45 
CUMBERLAND 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-25 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-35 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
0145Q Bridge Group 48A - Howard Rd BRIDGE A-23 
0014M Bridge Group 62 - Manville Br BRIDGE A-34 
0004D Broad St Regeneration PAVEMENT A-36 
01145 Cumberland I-295 Corridor Bridges (37T - |) BRIDGE A-11 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-29 
0073X Intersection Safety Improvements to Rt 114 between Bear Hill Rd and I-295 Cumberland TRAFFIC A-29 
0084G Rubberized Asphalt Chip Seal 2016 OPERATING A-5 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 


PTSID 


Project Name Type Appendix 
O0080E STC Misc Improvements 2018 TRAFFIC A-39 
EAST GREENWICH 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-28 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-21 
0013X Bridge Group 18A - EGR, NAR, NKS BRIDGE A-40 
0031Y Bridge Group 18B - EGR, NKS BRIDGE A-33 
0156D Bridge Group 58A - Division St BRIDGE A-34 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0166H Route 4 Improvements, C-2 PAVEMENT A-17 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
EAST PROVIDENCE 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-28 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-25 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-36 
0013U Bridge Group 15A - East Bay BRIDGE A-21 
0017B Bridge Group 49 - Henderson BRIDGE A-41 
2602U Bridge Group 57T-10 - I-195 Washington North Ph. 2 BRIDGE A-41 
0143W Horton Farm Bridge No. 472 (57M) BRIDGE A-11 
0013M I-195 Corridor Bridges (77) BRIDGE A-12 
0025Z Intersection Safety Improvements 2019 C-2 TRAFFIC A-45 
0171B Newman Avenue Bridge No. 224 (57D) BRIDGE A-2 
0143K Pawtucket Avenue Bridge No. 471 (57B) BRIDGE A-2 
0076R Rt 44 - Taunton Ave (Rt 1A/114 - Mass S/L) PAVEMENT A-37 
0131M Salt Storage Facility - East Providence OPERATING A-35 
0162A SRTS - C-1 (Cra, Epr) TRAFFIC A-30 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
OOO9N Washington Bridge North No. 700 (57AT - J) BRIDGE A-4 
EXETER 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-26 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-42 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-21 
0201L Bridge Group 57J - Browning Mill BRIDGE A-41 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-44 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0168E Tefft Hill Trail Bridge No. 592 (67T - B) BRIDGE A-4 
FOSTER 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-25 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-32 


PTSID Project Name Type Appendix 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-32 
0168H Hope Valley Bridges (69D) BRIDGE A-11 
0091U HSIP - Intersection Safety - Route 6 TRAFFIC A-44 
0084H Paver Placed Elastomeric Surface Treatment 2016 OPERATING A-5 
GLOCESTER 

0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-25 
2601C 2019 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-36 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-32 
0061K Improvements to Rt 44/100 Intersection and Chepachet River Bridge Repair C-3E TRAFFIC A-20 
0091S Roadway Departure Mitigation - Systemic High Friction Surface Treatments-2018 TRAFFIC A-30 
0061A Rt 44 - C-3B (RIDOT Maint Facility - W. Greenville Rd) PAVEMENT A-27 
0084G Rubberized Asphalt Chip Seal 2016 OPERATING A-5 
HOPKINTON 

0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-26 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-42 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0168H Hope Valley Bridges (69D) BRIDGE A-11 
0084G Rubberized Asphalt Chip Seal 2016 OPERATING A-5 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
0154A Wood River & Holburton Bridges Nos. 261, 262 (58D) BRIDGE A-4 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T - A) BRIDGE A-14 
0165V Woodville Road Improvements PAVEMENT A-18 
JAMESTOWN 

0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-25 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
JOHNSTON 

0173U 1 R Improvements to Winsor Avenue PAVEMENT A-16 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-36 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-42 
0013G Bridge Group 09 - CRA, JOH BRIDGE A-21 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-32 
0016N Bridge Group 35 - |-295 BRIDGE A-40 
0114V Bridge Group 35T-8 - I-295 C-3 BRIDGE A-22 
0114U 1-295 Bridges Contract 2 BRIDGE A-12 
0025Z Intersection Safety Improvements 2019 C-2 TRAFFIC A-45 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-20 


PTSID Project Name Type Appendix 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
0138B Rt 6A - Hartford Ave C-2 (Rt 5 - Killingly St) PAVEMENT A-27 
0014F Simmonsville Bridge No. 326 (57C) BRIDGE A-13 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
01732 US Route 6 Hartford Ave PAVEMENT A-18 
LINCOLN 

0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
OO86Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-15 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-28 
0031Z Bridge Group 13B - Rt 146 C-2 BRIDGE A-40 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
0016N Bridge Group 35 - |-295 BRIDGE A-40 
0014Z Bridge Group 62T-11 - Louisquisset Pk BRIDGE A-24 
0166) Mussey Brook Bridge No. 380 (56C) BRIDGE A-2 
0165) Railroad St (Manville Hill Rd - Rt 126) PAVEMENT A-27 
0081W Route 146 Improvements PAVEMENT A-17 
0073T Rt 146 Guide Signs - C-2 TRAFFIC A-45 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
O080E STC Misc Improvements 2018 TRAFFIC A-39 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
LITTLE COMPTON 

0173C Rt 115 Main St. (Rt 116 To Jackson Flat Rd.) PAVEMENT A-43 
0173S Snell Road Improvements PAVEMENT A-17 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
MIDDLETOWN 

0078V ADA Improvements to Greene Lane PAVEMENT A-42 
0011E Aquidneck Avenue HSIP TRAFFIC A-28 
0076Z Aquidneck Avenue Improvements TRAFFIC A-29 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
0050A Pell Bridge Ramps - Phase 1 PAVEMENT A-37 
2602N Statewide Traffic Signal Improvements - 2020 TRAFFIC A-45 
0007F Two Mile Corner Reconstruction PAVEMENT A-7 
NARRAGANSETT 

0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
0013X Bridge Group 18A - EGR, NAR, NKS BRIDGE A-40 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
0162G SRTS - C-2 (Nar) TRAFFIC A-39 
2602M STC Improvements - 2020 TRAFFIC A-46 


NEW SHOREHAM 


PTSID Project Name Type Appendix 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
NEWPORT 

0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
2601X HSIP - Crosswalk Enhancements TRAFFIC A-44 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-20 
0050A Pell Bridge Ramps - Phase 1 PAVEMENT A-37 
0050B Pell Bridge Ramps - Phase 2 PAVEMENT A-43 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
NORTH KINGSTOWN 

0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-25 
0013X Bridge Group 18A - EGR, NAR, NKS BRIDGE A-40 
0031Y Bridge Group 18B - EGR, NKS BRIDGE A-33 
0015B Bridge Group 46A - Lafayette Rd BRIDGE A-23 
0166H Route 4 Improvements, C-2 PAVEMENT A-17 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2602N Statewide Traffic Signal Improvements - 2020 TRAFFIC A-45 
2602M STC Improvements - 2020 TRAFFIC A-46 
NORTH PROVIDENCE 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
2601X HSIP - Crosswalk Enhancements TRAFFIC A-44 
0071V Mineral Spring Avenue HSIP TRAFFIC A-9 
0081W Route 146 Improvements PAVEMENT A-17 
0073T Rt 146 Guide Signs - C-2 TRAFFIC A-45 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2602M STC Improvements - 2020 TRAFFIC A-46 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
NORTH SMITHFIELD 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-25 
2601Z 2019 Rubberized Asphalt Chip Seal PAVEMENT A-36 
0021U Blackstone Bikeway 8C TAP/OTHER A-18 
0013S Bridge Group 13A - Rt 146 C-1 BRIDGE A-21 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
0114) Bridge Group 38T-12 - Rt 146 Farnum Pk BRIDGE A-22 
0145C Bridge Group 53 - Union Village RR BRIDGE A-41 
0183B Central Street Bridge No. 449 (70B) BRIDGE A-1 
0025Q Roadway Departure Mitigation - Guardrail and Median Improvements to I-95 (Warwick) and Rt 146 TRAFFIC A-30 
0013L Route 146 Corridor Bridges (38) BRIDGE A-13 
0073S Rt 146 Guide Signs - C-1 - North TRAFFIC A-30 
0118A Slatersville Stone Arch Bridge No. 273 (70C) BRIDGE A-3 


PTSID 


Project Name Type Appendix 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
O080E STC Misc Improvements 2018 TRAFFIC A-39 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
PAWTUCKET 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0013N Bridge Group 03 - I-95 BRIDGE A-32 
0004D Broad St Regeneration PAVEMENT A-36 
0192) High Friction Surface Treatment - I-95 Curves Pawtucket, Route 24, Route 37 TRAFFIC A-38 
0082D 1-95 (Charles St - Lonsdale Ave) PAVEMENT A-43 
0114R I-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T - F) BRIDGE A-12 
0082C I-95 Resurfacing, C-2 (Pawtucket) PAVEMENT A-16 
0081K Pavement Preservation to Rt 1A (Newport Ave) PAVEMENT A-17 
0143U Pawtucket Area Bridges (53B) BRIDGE A-2 
0016) Pine Street Bridge No. 548 (31) BRIDGE A-13 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
PORTSMOUTH 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-42 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
0007C East Main Road 1R Improvements PAVEMENT A-16 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-44 
0031N Old Sakonnet River Bridge Demolition (Superstructure) BRIDGE A-2 
0132G Portsmouth Maintenance Facility OPERATING A-5 
0081R Route 24 Improvements PAVEMENT A-17 
0131L Salt Storage Facility - Portsmouth OPERATING A-26 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
O080E STC Misc Improvements 2018 TRAFFIC A-39 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
PROVIDENCE 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
0172C 1R Improvements to Smith Street PAVEMENT A-6 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-28 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-25 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-42 
0021R Blackstone River Bikeway - Segment 1A TAP/OTHER A-8 
0013A Bridge Group 01 - PVD BRIDGE A-32 
0013P Bridge Group 06 - PVD BRIDGE A-21 
0013S Bridge Group 13A - Rt 146 C-1 BRIDGE A-21 
0031Z Bridge Group 13B - Rt 146 C-2 BRIDGE A-40 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-32 


PTSID 


Project Name Type Appendix 

0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-32 
0017E Bridge Group 16T-13 - Woonasquatucket Br BRIDGE A-22 
0017G Bridge Group 38C - Geneva Pond BRIDGE A-22 
0114x Bridge Group 40A - Hawkins BRIDGE A-33 
0015D Bridge Group 40B - Bath St East BRIDGE A-33 
0017B Bridge Group 49 - Henderson BRIDGE A-41 
2602U Bridge Group 57T-10 - I-195 Washington North Ph. 2 BRIDGE A-41 
0167C Bridge Group 75 - Rt 146 Louisquisset Pk Ramp BRIDGE A-24 
0018B Bridge Group 75T-5 - I-95 Viaduct NB BRIDGE A-42 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0144E Harbor Junction Bridge No. 131 (57E) BRIDGE A-1 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-44 
0153K HSIP - Intersection Safety Improvements - 2020 TRAFFIC A-44 
00701 HSIP - Signalization of Allens Ave. C-5 TRAFFIC A-45 
0013M I-195 Corridor Bridges (77) BRIDGE A-12 
0012Q |-195 Relocation - C-17 - Waterfront Parks PAVEMENT A-26 
0012T I-195 Relocation - C-18 - Gano St PAVEMENT A-26 
0082D 1-95 (Charles St - Lonsdale Ave) PAVEMENT A-43 
0201V I-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-15 
0079G I-95 Resurfacing (Elmwood Avenue to Eddy St) PAVEMENT A-6 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-29 
0025Z Intersection Safety Improvements 2019 C-2 TRAFFIC A-45 
9003E Materials Lab - Quality Assurance OPERATING A-34 
0153R Memorial Blvd. & Francis Street Improvements TRAFFIC A-8 
0114N Oxford Street Bridge No. 653 (2T) BRIDGE A-13 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
0078U Providence - Downtown Improvements, C-3 PAVEMENT A-7 
0012L Providence Area Bridges Nos. 1080, 1082 (56B) BRIDGE A-3 
0012R Providence River Pedestrian Bridge BRIDGE A-3 
0012N Ramp El Bridge No. 1083 (56A) BRIDGE A-3 
0027B Reconstruction of the Route 6/10 Interchange BRIDGE A-13 
0081W Route 146 Improvements PAVEMENT A-17 
0073T Rt 146 Guide Signs - C-2 TRAFFIC A-45 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2602N Statewide Traffic Signal Improvements - 2020 TRAFFIC A-45 
0080H STC - Allens Avenue at Terminal and Ernest TRAFFIC A-31 
O0080E STC Misc Improvements 2018 TRAFFIC A-39 
OOO9N Washington Bridge North No. 700 (57AT - J) BRIDGE A-4 
RICHMOND 

OO86Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-15 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-26 


PTSID 


Project Name Type Appendix 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-36 
26012 2019 Rubberized Asphalt Chip Seal PAVEMENT A-36 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-42 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-42 
0170C Baker Pines Bridge No. 593 BRIDGE A-11 
0143C Bridge Group 54A - Kingston Rd Bridge BRIDGE A-34 
0145B Carolina Bridges (57F) BRIDGE A-1 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0168H Hope Valley Bridges (69D) BRIDGE A-11 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-44 
0153K HSIP - Intersection Safety Improvements - 2020 TRAFFIC A-44 
0084H Paver Placed Elastomeric Surface Treatment 2016 OPERATING A-5 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
0168E Tefft Hill Trail Bridge No. 592 (67T - B) BRIDGE A-4 
0154A Wood River & Holburton Bridges Nos. 261, 262 (58D) BRIDGE A-4 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T - A) BRIDGE A-14 
0165V Woodville Road Improvements PAVEMENT A-18 
SCITUATE 
0173U 1 R Improvements to Winsor Avenue PAVEMENT A-16 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-25 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-25 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-25 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-26 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-36 
2601C 2019 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-36 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-42 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-32 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-32 
0173G Central Pk & Battey Meetinghouse Rd PAVEMENT A-37 
0079P Danielson Pk (Rt 102 - West Greenville Rd) PAVEMENT A-43 
0091U HSIP - Intersection Safety - Route 6 TRAFFIC A-44 
0173K Rockland Rd (Central Pk to Danielson Pk) PAVEMENT A-27 
0153N Route 102 & Route 117 Improvements - Roundabout TRAFFIC A-9 
0081Y Rt 6 - (Rt 102 - Rt 101) PAVEMENT A-38 
01732 US Route 6 Hartford Ave PAVEMENT A-18 
SMITHFIELD 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-36 


PTSID Project Name Type Appendix 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-42 
0013R Bridge Group 10 - I-295 BRIDGE A-40 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-32 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
0016N Bridge Group 35 - |-295 BRIDGE A-40 
0153E Capron Road Bridge No. 792 (70A) BRIDGE A-1 
0025R Intersection Safety Improvements to Rt 44 at Smithfield Crossings TRAFFIC A-29 
0061A Rt 44 - C-3B (RIDOT Maint Facility - W. Greenville Rd) PAVEMENT A-27 
0162H SRTS - C-3 (Smi, Wns) TRAFFIC A-39 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
O0080E STC Misc Improvements 2018 TRAFFIC A-39 
SOUTH KINGSTOWN 

OO86Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-15 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-26 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-36 
0165X High Street & Kingstown Road Improvements PAVEMENT A-6 
0166M High Street/Kingstown Road Stormwater Mitigation STORMWATER A-18 
0073Z HSIP-Intersection Safety Improvements to Route 108 at Curtis Corner Rd TRAFFIC A-19 
0081D Improvements to US Route 1 (South Kingstown) PAVEMENT A-16 
O0055L Old Tower Hill Rd (Rt 108 - Rt 1) PAVEMENT A-37 
0139H Route 138 Improvements PAVEMENT A-7 
STATEWIDE 

0084C 2017 Crack Sealing Limited Access OPERATING A-14 
0084B 2017 Crack Sealing North and East Regions OPERATING A-14 
0084A 2017 Crack Sealing South and Central Regions OPERATING A-14 
0105C 2018 Crack Sealing Limited Access OPERATING A-24 
0105F 2018 Crack Sealing North and East Regions OPERATING A-25 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-25 
0105H 2018 Crack Sealing South and Central Regions C-2 PAVEMENT A-35 
2602B 2019 Crack Sealing North and East Regions C-1 PAVEMENT A-35 
2602C 2019 Crack Sealing South and Central Regions C-1 PAVEMENT A-35 
0153P Bridge End Treatments - HSIP TRAFFIC A-8 
0084S Crack Sealing - Limited Access OPERATING A-4 
0084Z Crack Sealing - North & East, 2016 OPERATING A-4 
0084yY Crack Sealing - South & Central, 2016 OPERATING A-5 
0102) East Bay/South, C-6 - STC TRAFFIC A-8 
0025) High Friction Surface Treatments 2016 TRAFFIC A-19 
2601Y HSIP - Roadway Departure Mitigation - 2020 TRAFFIC A-44 
0006A Rhodeworks Toll Facilities TAP/OTHER A-18 
0091T Roadway Departure Mitigation - Non-Freeway Roadside Improvements 2019 C-1 TRAFFIC A-38 


PTSID 


Project Name Type Appendix 
0116S Statewide LED Retrofit Project TRAFFIC A-9 
0073L Statewide Pavement Striping - Central, 2016-2017 OPERATING A-5 
0073K Statewide Pavement Striping - South, 2016-2017 OPERATING A-6 
0073J Statewide Pavement Striping Eastbay 17-18 OPERATING A-15 
0025P Statewide Road Diet 2017 TRAFFIC A-20 
0072K Traffic Signal Optimization, C-2 TRAFFIC A-9 
0072) Traffic Signal Optimization, C-3, 2016 TRAFFIC A-20 
TIVERTON 
OO86Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-15 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
0031N Old Sakonnet River Bridge Demolition (Superstructure) BRIDGE A-2 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
WARREN 
0188A Barrington & Warren Bike Path Bridges BRIDGE A-40 
0013U Bridge Group 15A - East Bay BRIDGE A-21 
0071P Metacom Avenue - HSIP TRAFFIC A-30 
0162D SRTS - C-4 (Wrn) TRAFFIC A-45 
2602N Statewide Traffic Signal Improvements - 2020 TRAFFIC A-45 
WARWICK 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-28 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-25 
0113U Airport Connector & Route 2 Bridges (53C & 81B) BRIDGE A-1 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-21 
2601E Bridge Group 51A - Rt 37 C-2 BRIDGE A-34 
0014D Bridge Group 59B - Centerville Rd BRIDGE A-24 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0091K Coronado Road Pedestrian Enhancements TRAFFIC A-8 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-44 
0201V 1-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-15 
0114P 1-95 North & South Bridges at Toll Gate Road Nos. 683, 684 (5ST - C) BRIDGE A-12 
0088A I-95 Resurfacing (Rt 2 to Service Avenue) PAVEMENT A-16 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-29 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-20 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
0025Q Roadway Departure Mitigation - Guardrail and Median Improvements to I-95 (Warwick) and Rt 146 TRAFFIC A-30 
0166H Route 4 Improvements, C-2 PAVEMENT A-17 
0079B Rt 5 - Lambert Lind Hwy C-1 (Mayfield Ave - I-95) PAVEMENT A-43 
0156C South County Freeway Bridge No. 686 (52A) BRIDGE A-3 


PTSID Project Name Type Appendix 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
2602N Statewide Traffic Signal Improvements - 2020 TRAFFIC A-45 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
O080E STC Misc Improvements 2018 TRAFFIC A-39 
0071T Warwick - HSIP TRAFFIC A-10 
WEST GREENWICH 

2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-42 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-21 
0143A Bridge Group 57K - Big River BRIDGE A-23 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-44 
0153N Route 102 & Route 117 Improvements - Roundabout TRAFFIC A-9 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
0168C Victory Highway Bridge No. 589 (71) BRIDGE A-14 
WEST WARWICK 

0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-25 
26022 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-42 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
2602M STC Improvements - 2020 TRAFFIC A-46 
WESTERLY 

2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-42 
0072Z HSIP - Rt 1, S. County Median Guardrail TRAFFIC A-29 
0081) Rt 78 (Rt 1 - Conn S/L) PAVEMENT A-38 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2602M STC Improvements - 2020 TRAFFIC A-46 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
WOONSOCKET 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0021U Blackstone Bikeway 8C TAP/OTHER A-18 
0021S Blackstone River Bikeway - 8B-1 TAP/OTHER A-28 
0153T Diamond Hill Road Improvements at Mendon Road TRAFFIC A-19 
0162H SRTS - C-3 (Smi, Wns) TRAFFIC A-39 


